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[Document  47  —  1883.] 


CITY  OF 


BOSTON. 


ANNUAL      REPORT 


OP  THE 


SUPERINTENDENT    OF    STREETS. 


FOR    THE    YEAR     1882. 


Office  of  the  Supekintendent  of  Streets, 

City  Hall,  January,  1883. 

To  the  Honorable  City  Council:  — 

In  accordance  with  the  provisions  of  the  fourth  section  of 
the  revised  ordinances  concerning  Streets,  the  Superintend- 
ent of  Streets  respectfully  submits  his  annual  report  of  the 
expenses  of  the  Paving  Department  during  the  municipal 
year  1882,  and  the  amount  expended  on  the  various  streets 
in  the  several  districts  of  the  city  :  — 

CITY  PROPER. 

Albany  street,  between  East  Chester  park 
and  Swett  street,  paving  with  small  granite 
blocks  :  — 

Labor        ....       $790  43 

288  96 


Teaming    . 
Surveyor  . 
Pavers'  bills 
Blocks 


38  25 

889  20 

2,760  33 


Amount  carried  forward,  $4,767   17 


</ 
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Amount  brought  forward, 

$4,767  17 

Brick 

531  40 

Edgestone 

115  93 

Gravel 

.      1,116  10 

Earth 

118  00 

Sand 

70  36 

Lumber     . 

61  53 

Water 

45  00 

Steam-roller 

21  10 

$6,846  59 

Albany  and  Lehigh  streets,  repaying  :  - 

Labor 

.    $2,900  59 

Teaming    .... 

1,130  75 

Pavers'  bills 

.      2,641  41 

Brick         .... 

452  30 

Gravel 

■      2,239  25 

Sand 

104  41 

Cement      . 

7  25 

Water       . 

20  00 

9,495  96. 

Albion  street,  repaving  portion  . 

— 

Labor 

$17  22 

Teaming    .... 

4  05 

Pavers'  bills 

70  34 

Gravel       .... 

32  14 

123  75 

Allen  street,  resurfacing  macada 

tmized  road- 

way  :  — 

Labor 

.       $304  07 

Teaming    . 

75  75 

Crushed  stone    . 

'205  00 

Gravel       . 

91  22 

Water        .... 

14  00 

Steam-roller 

23  10 

713    1/1 

Arlington   street,  resurfacing   macadamized 
roadway :  — 

Labor        ....       $426  39 
Teaming    .  .  .  .         679  51 

Crushed  stone    .  .  .         442  50 

Gravel       .         .         .         .         208  37 


Atlantic  avenue,  repaving  portion  :  — 

Labor        ....       $775  39 
Teaming    .         .         .         .         234  00 


1,756  77 


Amounts  carried  forward, 


,009  39  $18,936  21 


Eeport  of  Sup't  of  Streets. 


Amounts  brought  forward, 
Pavers'  bills 
Brick 
Flagging 
Lumber 
Gravel 
Sand 


;l,009  39 

1,331  89 

164  77 

244  14 

11  88 

756  92 

58  37 


$18,936  21 


Atlantic  avenue,  platform,  rebuilding   por- 
tion :  — 

Labor  ....  $822  75 
Lumber  ....  1,139  21 
Nails,  bolts,  paints,  etc.      .         182  83 


11 

45 

149 

60 

116 

84 

5 

15 

Battery  street,  between  Commercial  street 
and  East  Boston  North  Ferry,  repaving 
portion  :  — 

Labor        ....       $149  36 

Teaming    .         .         .         .         117  58 

Pavers'  bills        ...  141  60 

Brick 

Flagging   . 

Gravel 

Sand 


Beacon  street,  between  West  Chester  park 
and  Brighton  avenue,  resurfacing  macad- 
amized roadway  :  — 

Labor        .         .         .         .       $157  45 

Teaming    . 

Crushed  stone 

Gravel 

Water 


Beacon  street,  between  Dartmouth  street  and 
West  Chester  park,  resurfacing  macad- 
amized roadway  :  — 

Labor        .  '       .         .         .       $869  90 


67 

00 

72 

50 

25 

49 

1 

68 

3,577  36 


2,144  79 


691  58 


324  12 


Teaming    . 
Crushed  stone    . 
Gravel       . 
Water 

,      1,341  94 

1,520  00 

415  26 

12  32 

4,159  42 

mount  carried  forward, 

$29,833  48 
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Amount  brought  forward, 
Beacon  street,  at  sluice-ways,  filling  old  sluice- 
ways, furnishing  and  setting  edgestones, 
paving  gutters  and  crossings,  and  macad- 
amizing roadway  :  — 

Labor 

Teaming:    . 


$29,833  48 


Surveyor  . 

Pavers'  bills 

Blocks 

Edgestone 

Crushed  stone 

Stone  chips 

Lumber     . 

Paint 

Use  of  sloop 


,534  00 
608  81 

32  50 
125  88 

37  21 

98  48 
400  00 

39  75 
240  59 

19  02 
180  00 


Blossom    street,    resurfacing    macadamized 

roadway  :  — 

Labor        . 

$96  95 

Teaming    . 

16  50 

Crushed  stone    . 

60  00 

Gravel 

38  95 

Water        .... 

5  00 

Steam-roller 

2  31 

Boylston  street,  between  Church  street  and 
Arlington  street,  resurfacing  macadamized 
roadway :  — 

Labor        ....       $132  87 


Teaming    . 
Crushed  stone 
Gravel 
Water 


335  60 

187  50 

69  18 

80 


Boylston  street,  between  Park  square  and 
Church  street,  resetting  edgestones,  re- 
paving  sidewalks  and  roadway  :  — 

Labor        .  .         .       $306  35 

Teaming    . 

Surveyor  . 

Pavers'  bills 

Brick 

Flagging  . 

Amounts  carried  forward. 


3,316  24 


219  71 


725  95 


56  50 

33  50 

581  01 

63  01 

51  10 

H,091  47 

$34,095  38 

Report  of  Sup't  of    Streets. 


Amounts  brought  forward, 
Gravel 
Sand 
Cement 


$1,091  47 
358  71 

85  72 
2  90 


Brighton  street,  resetting  edgestones,  repay- 
ing sidewalks,  and  covering  cobble-stone 
pavement  with  the  Boston  asphalt  pave- 
ment :  — 


Labor 

.       $276  71 

Teaming    . 

64  75 

Inspector  . 

20  00 

Pavers'  bills 

234  31 

Asphalt  pavement 

2,894  79 

Brick 

81  55 

Edgestone 

40  73 

Gravel 

14  35 

Sand 

36  08 

Cement 

7  50 

Brighton  avenue,  plank-walk  :  — 

Labor 

.       $190  53 

Lumber     . 

559  05 

Nails          . 

30  60 

Brighton    avenue,    widening    n( 

iar    Cottage 

Farm  Bridge  :  — 

Labor         . 

$57  24 

Teaming    . 

■ 

105  14 

Brimmer  street,  repairing  asphalt  pave- 
ment :  — 

Broadway  extension,  between  Harrison  ave- 
nue and  Washington  street,  furnishing  and 
setting  edgestones,  paving  sidewalks,  and 
paving  roadway  with  granite  blocks  :  — 

Labor 

Teaming    . 

Pavers'  bills 

Blocks 

Flagonno:  . 

Edgestone 

Brick 

Sand 

Amounts  carried  forward^ 


$737 

49 

744 

92 

705 

06 

.      3,110 

24 

310 

50 

493 

46 

513 

25 

46 

34 

$6,661 

26 

$34,095  38 


1,538  80 


3,670  77 


780  18 


162  38 
105  04 


,352  55 
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Amounts  brought  forward, 

$6,661   26 

$40,352  55 

Lumber     . 

19  82 

Water 

27  00 

6,708  08 

Brookline  avenue,  repairing  plank-walk:  — 
Labor        .         .         .  $21  65 

Lumber     ....         144  63 
Nails  ....  6  80 


Camden  street,  between  Huntin 

Lgton  avenue 

and  Falmouth  street,  grading  :  — 

Labor        .         .         .         .         $59  95 

Surveyor  ....           53  50 

Gravel       ....           82  08 

Earth         . 
Camden  street,  between  Tremor 

2,196  80 

it  street  and 

Providence  Railroad,  grading  and  macad- 

amizing :  — 

-    Labor        ....       $557  27 

Teaming    . 

,      1,029  16 

Surveyor  . 

91  50 

Crushed  stone    , 

432  63 

Screenings 

17  85 

Gravel 

49  33 

Earth 

1,042  95 

Steam-roller 

32  33 

Castle  street,  repaving  portion  : 

— 

Labor        .          .          .          .        ;25( 

Teaming    • 

70  61 

Surveyor  . 

27  00 

Pavers'  bills 

708  70 

Blocks 

87  51 

Flagging   . 

18  67 

Edgestone 

4  62 

Brick 

77  60 

Gravel 

573  88 

Cement 

2  90 

Charter  street,  covering  cobble-stone  pave- 
ment on  portion  of  the  street  with  the 
Boston  asphalt   pavement :  — 

Labor        ....  $8  88 

18  00 


Teaming 


173  08 


2,392  33 


3,253  02 


1,828  19 


Amounts  carried  forward, 


$26  m  $54,707  25 


Report  of  Sup't  of  Streets. 


Amounts  brought  forward. 

$26  88 

$54,707  25 

Pavers'  bills 

26  00 

Asphalt  pavement 

948  75 

1,001  63 

Chauncy  and  Essex  streets,  at  intersection, 
repaving :  — 

Labor        ....       $150  37 
Teaming    ....  74  00 

Blocks       ....  86  51 

Gravel       .         .         .         .  67  19 


Chestnut   street,  i 
paving  roadway 
Labor 

resetting   edgestones,    re- 
and  sidewalks  :  — 

$286  65 

Teaming    . 

•                  •                  • 

9i»  27 

Pavers'  bills 

«                  •                  * 

293  95 

Edgestone 

•                  •                  • 

40  42 

Brick 

•                  •                  • 

17  74 

Gravel 

•                  •                  • 

315  68 

Sand 

•                  •                  • 

aving  portion :  - 

9  45 

Church  street,  rep 
Labor 

$70  62 

Teaming    . 
Pavers'  bills 

•                   •                   • 

32  75 

171  56 

Brick 

•                   •                   • 

11  77 

Gravel 

•                   •                   • 

65  71 

Sand 

•                   •                   • 

6  07 

Clark  street,  covering  cobble-stone  pave- 
ment, on  portion  of  street  with  the  Boston 
asphalt  pavement :  — 

Asphalt  pavement       .         .       $350  63 
Inspector  .  .  .  .  2  50 


Columbus    avenue,  repairing  asphalt   pave- 
ment :  — 

Columbus    avenue  extension,  grading,  mac- 
adamizing, furnishing   and    setting  edge- 
stones,  paving  gutters  and  crossings  :  — 
Labor         .  .  .  .    $1,021  83 


Teaming    . 
Surveyor  . 
Pavers'  bills 
Stone  chips 


1,205  91 

298  00 

338  06 

13  65 


378  07 


1,063  16 


358  48 


353  13 
2,250  16 


Amounts  carried  forward,  $2,877  45  $60,111  88 
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Amounts  brought  forward,         $2,877  45 

$60,111  88 

Blocks 

164  81 

Flagging  . 
Edgestone 

116  93 
389  31 

Gravel 

190  48 

Earth 

.      6,460  80 

Screenings 

343  67 

10,543  45    . 

Concord    and 

Rutland    squares,     care    of 

parks : — 
Labor 

.       $125  06 

Trees 

30  00 

Painting    . 
Iron-work 

70  00 
64  38 

9*9     AA 

Cooper  street,  covering  cobble-stone  pave- 
ment on  a  portion  of  the  street  with  the 
Boston  asphalt  pavement :  — 

Labor         ....  $5  39 

Teaming    .  .  .  .  10  50 

Inspector  .  .  .  .  10  00 

Asphalt  pavement       .  .      1,085  56 


Crossings,  not  included  in  work  elsewhere 
enumerated  :  — 

Labor        ....       $512  30 


Teaming    . 
Pavers'  bill 
Blocks 
Flagging  . 
Gravel 


230  45 
157  29 
434  90 
1,346  97 
106  41 


Curve  street,  at  Broadway  extension,  grad- 


ing :  — 
Labor 
Teaming    . 
Surveyors . 
Earth 


$134  78 

36  75 

7  00 

417  60 


Dartmouth  street,  between  Railroad  bridge 
and  Huntington  avenue,  resetting  edge- 
stones,  repaving  gutters,  and  resurfacing 
roadway  :  — 

Labor        ....       $150  73 


Teaming 


142  83 


Amounts  carried  forward. 


1,111  45 


2,788  32 


596  13 


$293  56  $75,440  67 


Eeport  of  Sup't  of   Streets, 


9 


Amounts  brought  forward, 

§293  56 

87,3,440  67 

Pavers'  bills 

45  59 

Crushed  stone    . 

35  00 

Gravel       . 

81  50 

Water       . 

64 

A^a    9Q 

$545 

20 

170 

92 

128 

00 

5,527 

69 

2,136 

40 

64 

57 

51 

25 

78 

17 

Devonshire  street,  between  State  and  Milk 
streets,  removing  asphalt  block  pave- 
ment, and  repaying  with  the  Xicolson 
wood  pavement :  — 

Labor 

Teaming    . 

Inspector  . 

Wood  pavement 

Asphalt  foundation 

Flagging   . 

Gravel 

Sand 

Durham  street,  famishing  and  setting  ed^e- 
stones,  grading,  and  macadamizing  :  — 
Labor        .  .  .       $171   22 

Teaming    . 
Surveyor  . 
Crushed  stone 
Edgestone 
Sand 
Earth 

East  Dedham  street,  between  Harrison  ave- 
nue and  Albany  street,  paving  with  gran- 
ite blocks  :  — 
Labor 
Teaming    . 
Pavers  bills 
Asphalt  pavement 
Blocks 
Edgestone 
Brick 
Lumber 
Gravel 
Sand 
Cement 


Amount  carried  forward, 


222 

84 

60 

00 

95 

82 

150 

26 

20 

02 

269 

79 

8,702  20 


989  95 


.    §1,347   62 

785  00 

.      1,212  27 

34  40 

5,471  85 

89  17 

349-  91 

22  27 

1,286  39 

88  38 

1  45 

10,688  71 

h 

$96,277  82 

10 
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Amount  brought  forward, 
East    Chester   park,    between   Albany   and 
Swett  streets,  grading  :  — 

Labor 

Teaming    .. 

Surveyor  . 

Pavers'  bills 

Stone  chips 

Edgestone 

Earth 

Eliot  street,  between  Columbus  avenue  and 
Pleasant  street,  paving  with  small  granite 
blocks  :  — 

Labor        ....       $190  92 


$96,277  82 

any   and 

$346  17 

9  50 

91  13 

23  18 

68  40 

105  30 

L,470  40 

2.114  08 

Teaming    .... 
Pavers'  bills 

166  25 

119  52 

Blocks       .... 

972  86 

Gravel       .... 

138  47 

Emerald  street,  repaving  portion 
Labor         .... 

$5  17 

Teaming    .... 

50  75 

Pavers'  bills 

23  75 

Gravel       .... 

62  33 

Sand          .... 

7  72 

Endicott  street,  between  Thacher 

and  Cause- 

way   streets,    paving  with   small   granite 
blocks  :  — 

Labor        .... 

$1,242  25 

Teaming    .... 

702  51 

Pavers'  bills 

774  20 

Brick          .... 

222  85 

Edgestone 

114  75 

Granite  blocks  paid  for  last 

year       .... 

Flagging   .... 

00  00 
410  15 

Gravel       .... 

584  22 

Sand          .... 

36  94 

Cement      .... 

7  50 

Falmouth  street,  grading  :  — 

Labor         .... 

$154  29 

Teaming    .... 

3  00 

Amounts  carried  forivard, 


1,588  02 


149  72 


4,095  37 


$157  29        $104,225  01 


- 


Eeport  of  Sup't  of  Streets.  11 

Amounts  brought  forward,  $157  29        $104,225  01 

Surveyor  .  .  .  .  136  00 

Tallyman  .  .  .  .  190  00 

Gravel       ....      4,924  80 
Earth         ....      5,298  80 

10,706  89 


Fences    and   plank-walks    not    included   in 
work  elsewhere  enumerated  :  — 

Labor        ....    $1,995  03 
Teaming    ....  65  89 

Lumber     ....      4,090  84 
Nails  .         .         .         .         226  40 


Ferry  street,  paving  with  granite  blocks  :  — 


Labor 
Teaming    . 
Pavers'  bills 
Brick 
Edgestone 
Flagging   . 


$398  63 

223  75 

240  05 

42  92 

20  99 

60  43 

137  34 

12  03 


Gravel 

Sand 

Granite  blocks  paid  for  last 

year       ....  00  00 


Friend  street,  between  Hanover  street  and 
Dock  square,  paving  with  granite  blocks  : — 
Labor         ....       $718  30 

506  00 

378  90 

61  52 

.      1,740  84 

10  67 

85  70 

283  91 

18  90 


Teaming    . 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Flao-o-ino-   , 

Gravel 
Sand 


6,378  16 


1,136  14 


3,804  74 

Gloucester  street,  grading  :  — 

Teaming    ....  130  00 

Harrison-avenue  extension,  grading,  furnish- 
ing and  setting  edgestones,  paving  side- 
walks, and  paving  roadway  with  granite 
blocks  :  — 

Labor         ....    $1,392  28 

Teaming    .  .  .  .         825  98 


Amounts  carried  forward,  $2,218  26        $126,380  94 


12 
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Amounts  brought  forward, 

$2,218  26        $126,380  94 

Pavers'  bills       .          .          .         631  29 

Brick 

90  86 

Blocks 

2,516  18 

Edgestone 

165  91 

Flagging   . 

618  54 

Lumber     . 

41   92 

Gravel 

962  98 

Sand 

16  30 

Cement 

1  60 

7  9«2    Kl 

Hereford  street,  between  Commonwealth  ave- 
nue and  Newbury  street,  furnishing  and 
setting  edgestones,  paving  gutters  and  side- 
walks :  — 

Labor         ....         $53 

470 


Teaming    . 
Pavers'  bills 
Edgestone 
Gravel 
Sand 


34 

110 

59 

6 


73 

62 
28 
94 
70 
01 


untington-avenue  extension, 

between  West 

Chester  park  and  Parker  street,  grading 

and  macadamizing :  — 

Labor 

.       $783  03 

Teaming    . 

1,080  86 

Surveyor  . 

90  75 

Stone  chips 

423  82 

Crushed  stone    . 

30  00 

Gravel 

76  15 

Earth 

.      1,834  13 

Water 

5  04 

Steam-roller 

27  72 

735  28 


4,351  50 


Huntington-avenue    extension,    fence     and 
plank-walk :  — 

Labor  .... 
Teaming  .... 
Lumber  .... 
Nails  .... 


Amount  carried  forward, 


$148  61 

5  25 

448  48 

10  20 

fil  2    54- 

$139,344  10 

Report  of  Sup't  of  Streets. 


13 


Amount  brought  fi 

orwar 

d, 

$139,344 

10 

neeland  street,  beta 

'een  Lincoln  and  Federal 

streets,    widening, 

grading,    and   paving 

with  granite  blocks 

3 :  — 

Labor 

.    $2,120  68 

Teaming    . 

.      1,249  25 

Pavers'  bills 

.      1,383  05 

Brick 

333  24 

Blocks 

.      2,724  29 

Edgestone 

63  62 

Flagging'   . 

.      1,278  42 

Lumber     . 

145  86 

Gravel 

.      1,637  10 

Sand 

84  09 

Cement 

6  00 

11.025 

60 

Lime  street,  grading,  macadamizing,  furnish- 
ing and  setting  edgestones,  paving  gutters 
and  sidewalks  :  — 

Labor        .         .         .         .         $55  20 
Teaming    .  .  .  .  47  71 

Pavers'  bills       ...  44  27 

Crushed  stone 


Brick 
Edgestone 
Flagging  . 
Gravel 
Sand 


5  00 
31  71 
69  22 
43  10 
37  92 

6  87 


Lincoln  street,  between  Summer  and  Essex 
streets,  paving  with  small  granite  blocks  : — 
Labor 
Teaming  . 
Pavers'  bills 
Brick 
Blocks  , 
Edgestone 
Flagging  . 
Gravel 
Sand 

McLean    street, 
roadway  :  — 
Labor 
Teaming    . 


5532 
461 
340 

7 

,045 

17 

177 

246 

7 


63 
15 
25 

20 
98 

27 
85 
24 

72 


resurfacing    macadamized 

.       $136  36 
28  00 


34 1  00 


3,836  29 


Amounts  carried  forward. 


$164  36 


$154,546  99 


14 
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Amounts  brought  forward, 

$164  36 

$154,546  99 

Crushed  stone    . 

65  00 

Gravel       . 

35  87 

Water        . 

2  00 

Steam-roller 

2  31 

9RQ    Z± 

Milk    street,    between    Batterymarch    and 
Broad  streets,  paving  with  small  granite 
blocks  :  — 
Labor 
Teaming    . 
Pavers'  bills 
Brick. 
Blocks 
Flagging  . 
Gravel 
Sand 

Moon  street,  covering  cobble-stone  pave- 
ment on  portion  of  the  street  with  Boston 
asphalt  pavement :  — 

Asphalt  pavement       .  .       $497  61 

Inspector  ....  2  50 


92  25 

99  23 

6  80 

542  82 

25  26 

102  50 

1  72 

Motte  street,  paving  with  granite  blocks  :  — 
Labor  ....  $286  18 
Teaming  .  .  .  .  189  50 
Pavers'  bil 
Brick 
Blocks 
Lumber 
Gravel 
Sand 
Water 

Mt.  Vernon   street,  resurfacing   portion   of 
macadamized  roadway  :  — 

Labor        .  .  .         .       $142  08 

177  50 


276 

42 

56 

61 

,139 

73 

6 

12 

107 

20 

15 

45 

17 

00 

Teaming    . 
Crushed  stone 
Gravel 
Water 


210  00 
87  12 
15  00 


999  84 


500  11 


2,094  21 


631  70 


Amount  carried  forward, 


$159,042  39 


Eeport  of  Sup't  of  Streets. 


15 


Amount  brought  forward, 
Newbury    street,   between    Hereford    street 
and    West    Chester    park,    grading    and 


$159,042  39 


macadamizing :  — 
Labor 
Teaming    . 
Surveyor  . 
Crushed  stone 
Earth 


$328  51 

718  61 

111  00 

141  69 

1,012  03 


North  Margin  street,  covering  cobble-stone 
pavement  with  the  Boston  asphalt  pave- 
ment :  — 

Asphalt  pavement       .  .       $282  43 

Inspector  ....  5  00 


Park  street,  resurfacing  macadamized  road- 


way:— 
Labor 
Teaming    . 
Crushed  stone 
Gravel 


$146  57 

377  31 

225  00 

94  77 


Park  square,  resurfacing  macadamized  road- 
way :  — 

Labor        ....       $142  19 


2,311  84 


287   43 


843  65 


Teaming    . 

172  00 

Surveyor  . 

6  00 

Crushed  stone 

32  50 

Gravel 

78  39 

431 

08 

Parmenter     street, 

paying     with 

granite 

blocks  :  — 

Labor 

•                  •                  • 

$417   77 

Teaming    . 

•                  •                  • 

268  87 

Pavers'  bills 

•                                   •                                   4 

328  31 

Brick 

•                                    •                                   « 

62  60 

Blocks  paid  for  last  year    . 

00  00 

Eclgestone 

•                                   •                                   « 

18  09 

Flagging  . 

•                                   •                                   i 

30  22 

Gravel 

•                                   • 

262  39 

Sand 

•                                    • 

25  77 

Cement 

•                                   •                                   i 

3  00 

forward, 

1,417 

02 

Amount  carried 

$164,333 

41 
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Amount  brought  fo\ 

'ward, 

jmbroke   street, 

res 

etting 

edge  stones,  re- 

paving  gutters  and  sidewalks  :  - 

Labor 

. 

, 

$29  27 

Teaming    . 

• 

• 

5  25 

Pavers'  bills 

. 

• 

51  97 

Brick 

• 

. 

7  92 

Gravel 

. 

. 

11  17 

Sand 

• 

• 

5  15 

$164,333  41 


608 

81 

174 

10 

2,758 

80 

127 

80 

233 

56 

480 

70 

24 

91 

Pitts  street,  paving  with  granite  blocks  :  — 
Labor  ....  $955  11 
Teaming    .  .  .  .         779  25 

Pavers'  bills 
Brick 
Blocks 
Edgestone 
Flagging  . 
Gravel 
Sand 

Portland  street,  between  Hanover  and  Cause- 
way streets,  widening,  grading,  and  pav- 
ing with  granite  blocks 

Labor 

Teaming   . 

Pavers'  bills 

Brick 

Blocks 

Edgestone 

Flawing  . 

Gravel 

Sand 

Cement 


granite  blocks  :  — 
Labor 
Teaming    . 
Pavers'  bills 

Blocks  paid  for  last  year 
Brick 
Edgestone 
Flagging  . 
Gravel 

Amounts  earned  forward, 


110  73 


6,143  04 


.    $3,710  43 

.      3,223  60 

.      1,978  28 

792  63 

.      8,564  18 

602  80 

984  79 

.      1,763  94 

159  78 

15  00 

21,795  43 

paving  with 

$432  87 

188  57 

207  41 

00  00 

72  97 

152  06 

55  48 

126  07 

$1,235  43 

$192,382  61 
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Amounts  brought  forward, 
Sand  .... 

Setting  glass 

Masons'  work  on  steps   and 
sidewalk 


$1,235  43 

12  89 

5  00 

141  59 


$192,382  61 


Purchase  street,  repaying  portion  of  street :  — 
Labor  ....  $172  09 
Teaming    .  .  .  .  21  00 

Pavers' ^bills      .         .         .         309  55 
Gravel       .         .         .         .         145  76 


Repairing   asphalt  pavement :  — 

Asphalt  pavement 
Repairing  macadamized  streets 

Labor 

Teaming    . 

Surveyor  . 

Pavers'  bills 

Crushed  stone 

Gravel 

Earth 

Water 


Repairing  paved  streets 
Labor 
Teaming   . 
Pavers'  bills 
Asphalt  pavement 
Blocks 
Gravel 
Cement 

Repairing  sidewalks  :  — 
Labor 
Teaming    . 
Brick 
Edgestone 
Flagging   . 
Stone 
Lumber     . 
Sand 
Cement 


Amount  carried  forward, 


1,394  91 


648  40 
434  16 


$27,166 

42 

2,793 

26 

19 

00 

112 

70 

915 

00 

820 

07 

158 

12 

25 

72 

32,010  29 

$14,873 

52 

6,874 

88 

290 

29 

128 

92 

3,588 

23 

8,258 

83 

96 

60 

34,111  27 

6,194 

50 

2,086 

50 

3,052 

97 

92 

99 

10 

04 

2 

00 

193 

56 

1,628 

76 

1 

75 

13,263  07 

$274,244  71 
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Amount  brought  forward, 


Retaining-walls  :  — 
Labor 
Lumber     . 


$37  37 

22  19 


Richmond  street,  between  Commercial  street 
and  Atlantic  avenue,  resetting  edgestones, 
repaying  roadway,  and  paving  side- 
walks :  — 


J—j€XkJ\Jl.                       •                           •                           • 

Teaming   . 

107  50 

Pavers'  bills 

106  48 

Brick 

98  28 

Edgestone 

27  83 

Gravel 

53  30 

Water 

9  00 

Salutation  street,  furnishing  and  setting  edge- 
stones,  and  paving  roadway  with  granite 
blocks  :  — 

Labor        .         .         .         .       $321  67 

189  50 

143  56 

87  28 

250  6Q 

74  82 

12  03 

3  00 


Teaming     . 

Pavers'  bills 

Brick 

Edgestone 

Gravel 

Sand 

Cement 


Sidewalks,  edgestones,  and  gutters,  new,  not 
included  in  work  elsewhere  enumerated  :  — 
Labor  .  .  .  .  $856  83 
Teaming 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Gravel 
Sand . 

Snow,  removing  and  levelling  same  on  public 
streets : — 

Labor  .  .  .  ,$21,642  07 
Teaming  ....  18,560  80 
Setting  glass       .         .         .  "1  75 


446 

26 

474 

98 

644 

88 

143 

02 

555 

89 

230 

97 

79 

28 

$274,244  71 


59  56 


560  45 


1,082  52 


3,435  11 


40,204  62 


Amount  carried  forward, 


19,586  97 
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Amount  brought  forward,                                    i 

>319,586  97 

South   street,   between  East   and   Kneeland 

streets,  widening  and  paving  with  gran- 

ite blocks  : — 

Labor         ....  $1,718  32 

Teaming    ....     1,135  75 

Surveyor  ....              5  63 

Pavers' bills        .          .          .      1,100  73 

Brick         ....         275  45 

Blocks        ....      2,494  49 

Edgestone           .         .         .           51  40 

Flagging    .          .          .          .          130  76 

Lumber     ....         154  39 

Gravel       .         .         .         .      1,148  68 

Sand          ....           42  05 

Earth         ....           60  00 

Cement      ....             1  50 

«  21 Q    1* 

Spruce  street,  resurfacing  macadamized  road- 
way :  — 

Labor         .         .         .         .         $51  06 
Teaming    .         .         .         .  91  50 

Crushed  stone    .         .         .  95  00 

Gravel       ....  30  75 


127 

49 

56 

08 

120 

68 

11 

77 

St.  Botolph  street,  furnishing  and  setting 
edgestones,  paving  sidewalks,  and  macad- 
amizing roadway  : — 

Labor         ....       $222  03 

Teaming    . 

Crushed  stone 

Edgestone 

Sand 


St.  Charles  street,  furnishing  and  setting 
edgestones,  paving  gutters  and  sidewalks, 
and  macadamizing  roadway  :  — 

Labor         ....         $70  47 

Teaming    . 

Pavers'  bills 

Crushed  stone 

Brick 

Edgestone 


268  31 


538  05 


Amounts  carried  fomvard, 


43  75 

102  42 

37  50 

38  87 

25  93 

$318  94 

$328,712  48 
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Amounts  brought  forward,  $318  94 

Gravel       ....  48  02 

Sand  ....  18  88 


St.  Charles  street,  retaining-wall  on  line  of 

Boston  and  Albany 

i  Railroad  :  — 

Labor 

.    $1,555  43 

Teaming    . 

296  53 

Stone 

405  15 

Crushed  stone    . 

28  35 

Lumber     . 

50  94 

Coal 

5  65 

Cement 

204  40 

Piles 

144  06 

Iron-work,  etc.  . 

18  65 

Rope 

15  50 

Pump 

32  85 

Use  of  derrick 

134  25 

Pointing  walls 

30  00 

Iron  fence-posts 

24  00 

Paint 

6  67 

Tennyson  street,  rep 

aving :  — 

Labor 

.       $252  24 

Teaming    . 

121  25 

Pavers'  bills 

350  25 

Brick 

45  75 

Flagging  . 

42  74 

Gravel 

246  78 

Sand 

19  74 

Cement 

1  50 

Truro  street,  grading,  macadamizing,  fur- 
nishing and  setting  edgestones,  and  paving 
sidewalks :  — 

Labor        ....       $285  88 

Teaming    ....      1,360  14 

Surveyor  . 

Crushed  stone 

Brick 

Edgestone 

Gravel 

Sand 


$328,712  48 
385  84 


2,952  43 


1,080  25 


Amount  carried  forward, 


24  00 

41  02 

125  34 

232  68 

16  74 

29  55 

2,115  35 

$335,246  35 
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Amount  brought  forward, 

Tyler    street,  near    Broadway  extension, 

grading :  — 

Labor  .          .         .         .  $127  20 

Teaming  ....  145  50 

Surveyor  .         .         .         .  10  00 

Earth  .         .         .         .  240  80 


$335,246  35 


Tyler  street,  retaining- wall :  - 

Labor 

.       $796  22 

Teaming    . 

137  02 

Cement  and  lime 

224  33 

Lumber  and  nails 

60  40 

Stone 

140  33 

Repairs  on  water-pipe. 

1  00 

Village  street,  repaying  portion  of  street :  — 
Labor  ....  $14  64 
Teaming     ....  7  05 

Pavers'  bills        ...  82  40 

Gravel        ....  32  84 


Waltham  street,  between  Washington  street 
and   Shawmut   avenue,    covering   cobble- 
stone pavement  with  the  Boston  asphalt 
pavement :  — 
Labor         ....       $152  96 
Teaming    .         .         .         .<.  43  75 

Inspector  .         .         .         .  15  00 

Pavers'  bills  ...  354  53 
Asphalt  pavement  .  .  1,969  00 
Brick          ....  57  06 

Gravel        .         .         .         .  11  17 

Sand 22  31 


Wellington    street,  grading  and  macadamiz- 
ing roadway  :  — 

Labor         ....       $102  76 


Teaming     . 
Surveyor    . 
Crushed  stone 
Earth 


71  90 

24  00 

37  10 

186  00 


West  Canton  street,  between  Warren  avenue 
and  Appleton  street,  resetting  edgestones, 
repaving  gutters  and  sidewalks  :  — 

Amount  carried  forward, 


523  50 


1,359  30 


136  93 


2,625  78 


421  76 


$340,313  62 
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Amount  brought  forward. 
Labor 

$27  02 

$340,313 

62 

Teaming     .... 

5  25 

Pavers'  bills 

•  45  28 

Brick         . 

77  95 

Blocks       .... 

104  51 

Edgestone 

5  08 

Gravel       .... 

18  98 

Sand          .... 

12  87 

296 

94 

West  Newton  street,  resurfacing  macadamized 
roadway  :  — 

Labor        .         .         .         .         $80  68 

&  %j  \) 

\J  Tt 

Crushed  stone    . 

153  50 

234 

18 

Woodbury  street,  grading  :  — 
Labor         .... 

$84  27 

iJ  <Jr£ 

A  vj 

Teaming    .... 

25  50 

Surveyor  .... 
Crushed  stone    . 

14  25 
35  00 

Gravel 

11  17 

Earth 

156  20 

Cleaning  vault   . 

12  00 

338 

39 

Worcester  square,  resetting  ed< 

^estones,  re- 

*j  c 

paving  gutters  and  sidewalks 

,  and  resur- 

facing  macadamized  roadway : 
Labor 

$81  07 

Teaming    . 

24  75 

Pavers'  bills 

178  64 

Crushed  stone    . 

35  00 

Brick         .... 

25  91 

Gravel 

50  25 

Sand 

27  46 

423 

08 

$341,606 

21 

Sprinkling    Streets. 

Beacon  street,  between  Hereford 

and  St.  Mary's  streets    .  .    $1,495  00 

Brighton  avenue,  between  Beacon 
street  and  the  bridge  over  the 
Boston  &  Albany  railroad       .         780  00 

Brookline  avenue,  between  Bea- 
con street  and  Maple  avenue  .         422  50 


Amounts  carried  forward, 


,697  50        $341,606  21 
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Amounts  brought  forward,         $2,697  50        $341,606  21 

Commonwealth  avenue,  between 
Dartmouth  street  and  West 
Chester  park  .  .  .         325  00 

East  Chester  park,  between  Har- 
rison avenue  and  Albany  street,  65  00 

Huntington  avenue,  between 
Dartmouth  street  and  West 
Chester  park  .  .  .  676  00 

Newbury  street,  between  Dart- 
mouth and  Hereford  streets    .  162  50 

Park  square      .  .  .  .  100  00 

West  Chester  park,  between  Bea- 
con street  and  the  bridge  over 
the  Boston  &  Providence  Rail- 
road     .....         643  50 


Bridges. 

Berkeley  street,  over  Boston  & 

Albany  Railroad,  repairs        .         $98  68 
Berkeley  street,  over  Boston  & 

Providence  Railroad,  repairs,      1,032  23 
Columbus  avenue,  repairs  .  78  09 

Dartmouth  street,  repairs  .  .  761   10 

Ferdinand  street,  repairs   .  .  47  11 

Newton  street,  repairs        .  .  49  65 

Shawmut  avenue,  repairs  .  .  283  97 

West  Chester  park,  over  Boston 

&  Providence  Railroad,  repairs,  71  68 

West  Rutland  square,  and  Dur- 
ham street,  abutments  for 
bridge  :  — 


Labor 

$3,717  62 

Teaming  . 

682  02 

Stone 

917  52 

Cement    . 

726  80 

Piles 

434  94 

Lumber    . 

41  19 

Crushed  stone 

104  61 

Drain-pipe 

84 

Iron  fence-posts 

;           60  00 

Use  of  derricks 

191  93 

Coal 

28  25 

6  00^    7° 

U,  V\JO      \  & 

4,669  50 


9,328  23 
Amount  expended  in  City  Proper         .  .       $355,603  94 
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KOXBURY. 

Alaska   street,  furnishing  and  setting  edge- 
stones,  paving  gutters  and  sidewalks,  and 
macadamizing  roadway 
Labor 


Teaming    . 
Surveyors . 
Pavers'  bills 
Crushed  stone 
Brick 
Edgestone 
Gravel 


$113  04 
39  50 
7  50 
56  86 
29  58 
49  23 
184  22 
55  36 


resetting 


Blue  Hill  avenue,  Nos.  1  to  27 

edgestones,  repaving  gutters,  paving  side- 
walks and  macadamizing  roadway  :  — 
Labor        .         .         .         .         $63  87 


Teaming    . 
Surveyors . 
Pavers'  bills 
Brick 
Blocks 
Gravel 

Brookline     avenue, 
grading :  — 
Labor 
Teaming    . 


7  50 

9  00 

101  46 

148  46 

24  31 

50  36 


near    Francis     street, 

$23  58 
71  75 


Cabot  street,  furnishing  and  setting  new 
edgestones,  resetting  old  edgestones,  and 
paving  gutters  and  sidewalks 

Labor 

Teaming    . 

Surveyors 

Pavers'  bills 

Crushed  stone 

Brick 

Blocks 

Edgestone 

Lumber     . 

Gravel 


Amount  carried  forward, 


$535  29 


404  96 


95  33 


$530  16 

137  89 

17  75 

530  64 

122  26 

666   09 

123  79 

217  54 

17  10 

309  79 

2,673  01 

$3,708  59 


Eeport  of  Sup't  of  Streets, 

Amount  brought  forward, 
Cobden  street,  furnishing  and  setting  edge- 
stones  on  southerly  side,  paving  gutters, 
grading,  and  macadamizing  roadway  :  — 
Labor        ....       $524  76 


Teaming    . 
Surveyor  . 
Pavers'  bills 
Crushed  stone 
Edgestone 
Gravel 


568  91 
20  00 
182  54 
745  41 
553  26 
270  37 


Crossings  not  included  in  work  enumerated 
elsewhere  :  — 

Labor         ....       $236  6Q 


Teaming    . 
Pavers'  bills 
Blocks 
Flagging   . 
Gravel 


45  31 

7  23 

251  91 

415  43 

42  50 


Dudley  street,  between  Hampden  street  and 
Brook  avenue,  resurfacing  macadamized 
roadway  :  — 

Labor        ....       $193  96 
Teaming    .  .  .  .  277   75 

Crushed  stone    .  .  .         412  14 

Gravel       .         .         .         .  35  51 


Fences   and   plank-walks,    not 

included  in 

work  enumerated  elsewhere  : 

— 

Labor 

.       $557  54 

Teaming    . 

120  12 

Lumber     . 

553  25 

Nails 

37  80 

Gaston  street,  furnishing  and  setting:  edge- 
stones,  paving   gutters,   and   macadamiz- 


ing:  — 

Labor 

$192  24 

Teaming    . 

68  10 

Surveyors 

4  50 

Pavers'  bills 

83  02 

Crushed  stone    . 

11  83 

Brick 

27  51 

Amounts  carried  forward, 


25 

,708  59 


2,865  25 


999  04 


919  36 


1,268  71 


$387  20 


,760  95 
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mounts  brought  forward, 

$387  20 

Blocks       . 

4  23 

Edge  stone 

260  14 

Gravel       . 

63  83 

Sand          . 

5  54 

',760  95 


George  street,  between  Shirley  and  Langdon 
streets,  grading  and  gravelling  :  — 

Labor        .  .  .  .        $228  15 

Teaming    .  .  .  .         237  85 

Gravel       .      •    .         .         .  25  52 


George  street,  between  Hampden  and  Maga- 
zine streets,  furnishing  and  setting  edge- 
stones,  paving  gutters,  and  macadamiz- 
ing:— 

Labor 

Teaming    . 


Surveyors 

Pavers'  bills 

Crushed  stone 

Brick 

Blocks 

Edsfestone 

Gravel 


$431  40 

76  72 

12  50 

178  43 

404  26 

57  35 

27  84 

521  01 

69  60 


Gilbert  street,  widening,  grading,  and  grav- 


elling :  — 
Labor 
Teaming    . 
Surveyors 
Pavers'  bills 
Edgestone 
Gravel 
Earth 
Removing  night-soil 


$418  17 

269  41 

31  00 

27  22 

11  74 

261  79 

790  20 

6  00 


Harrison  avenue,  between  Northampton  and 
Eustis  streets,  resurfacing  macadamized 
roadway :  — 

Labor         ....       $198  70 
Teaming    .         .  .  .         372  86 

Surveyors  .  .  .  7  50 


720  94 


491  52 


1,779  11 


1,815  53 


Amounts  carried  forward, 


$579  06  $14,568  05 


Report  of 

Sup't  of  Streets. 

27 

Amounts  brought  forward, 

$579  06 

$14,568  05 

Crushed  stone    . 

.      1,035  30 

Gravel 

114  93 

1  729   29 

Hillside   street,  grading  and  ir 

lacadamizing 

A.  »  t  £J  \J       t-i  O 

portion  :  — 

Labor 

.    $6,562  40 

Teaming    . 

.      1,489  95 

Surveyors 

58  75 

Pavers'  bills 

110  55 

Crushed  stone    . 

47  32 

Stone  chips 

349  05 

Blocks 

78  58 

Gravel 

255  76 

Powder 

19  25 

8,971  61 

Hoffman  street,  grading  and  gr: 

ivelling  :  — 

Labor 

$98  76 

Teaming    . 

35  22 

Surveyors 

10  00 

Gravel 

236  43 

380  41 

Howland  street,  grading,  macad* 

7    C?                        O  ' 

imizing,  fur- 

*JKJ\J       TTl 

nishing    and   setting   edgestones,    paving 

gutters  and  sidewalks  :  — 

Labor 

$571  40 

Teaming    . 

262   72 

Surveyors 

113  75 

Pavers'  bills 

273  m 

Crushed  stone    . 

31  55 

Stone  chips 

275  99 

Brick 

315  09 

Blocks 

338  40 

Edge  stone 

427  34 

Lumber     . 

27  81 

Gravel 

629  39 

Earth 

500  40 

2  7£7    *n 

Juniper  street,  grading,  macadamizing,  fur- 
nishing and  setting  edgestones,  paving 
gutters,  and  paving  sidewalks  on  a  portion 
of  the  street :  — 

Labor        ....    $1,365  88 
Teaming    ....  693  35 

Surveyors  .  .  .  22  50 


Amounts  carried  forward  >  $2,081  73  $29,416  86 
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Amounts  brought  forward ,          $2,081   73 

Pavers'  bills 

292  78 

Crushed  stone    . 

61   13 

Brick 

109  83 

Blocks 

91  32 

Edgestone 

750  67 

Gravel 

359  53 

Powder 

19  25 

Lumber     . 

4  28 

,416  86 


3,770  52 


Lambert-avenue  extension,  grading,  macad- 
amizing, furnishing  and  setting  edgestones, 
paving  gutters  and  sidewalks 

Labor 

Teaming    . 

Surveyors 

Pavers'  bills 

Crushed  stone 

Brick 

Edgestone 

Flagging   . 

Gravel 

Sand 

Removing  night-soil 


Lansing    street,    grading    and    macadamiz- 
ing:— 

Labor        .  .  .  .         $76  70 


572 

13 

476 

48 

9 

00 

146 

87 

295 

80 

151 

50 

274 

88 

78 

61 

100 

12 

27 

94 

12 

00 

Teaming    . 
Surveyor  . 
Crushed  stone 
Gravel 


54 

28 

6 

00 

189 

31 

23 

67 

2,145  33 


349  96 


Perrin  street,  between  Alaska  and  Waverley 
streets,  paving  sidewalks  :  — 

Labor        ....  $41  58 

Teaming    ....  3  50 

Surveyors           ...  5  00 

Pavers' bills       ...  71  17 

Brick         .         .         .         .  197  92 

Sand          ....  20  12 


339  29 


Amount  carried  forward, 


$36,021  96 


\ 


Report  of  Sup't  of  Streets, 


Amount  brought  forward, 
Rand  street,  grading  and  gravelling  :  — 
Labor*      ....       $317 


Teaming 
Gravel 


82 
190  50 
17  32 


Regent   street,    between    Circuit   and   Dale 
streets,  grading  and  macadamizing  :  — 
Labor        .         .  .       $110  22 

Teaming    . 
Surveyors . 
Pavers'  bills 
Crushed  stone 
Brick 
Blocks 
Edgestone 
Gravel 

Regent  street,  fence 
Labor 
Lumber     . 
Nails 


Repairing  sidewalks,  not  included  in  work 
enumerated  elsewhere  :  — 

Labor  ....  $1,842  80 
Teaming  .  .  .  .  110  25 
Brick  .  .  .  .  769  75 
Gravel  and  sand         .         .         500  85 


142 

74 

3 

00 

57 

81 

29 

58 

67 

38 

79 

29 

102 

40 

114 

91 

$122  34 

57 

31 

3 

40 

Repairing  streets,  not  included  in  work  enu- 
merated elsewhere  :  — 

Labor        ....    $5,992 


Teaming    . 
Surveyors . 
Pavers'  bills 
Crushed  stone 
Gravel 
Cement 
Setting  glass 


4,528 

151 

49 

3,218 

1,009 

36 

1 


53 
41 
50 
91 
55 
16 
90 
00 


Roxbury    street,    resurfacing    macadamized 
roadway  :  — 


29 
$36,021  96 


525  64 


707  33 


183  05 


3,223  65 


14,987  96 


Amount  carried  forward, 


$55,649  59 
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Amount  brought  f 
Labor 

orward, 

•                   • 

$208  15 

$55,649 

59 

Teaming    .          .          .          .         266  39 

Crushed  stone    .          .          .          656  67 

Roys  street,  grading  and  gravel 

1,131 

21 

ling :  — 

Labor        ....       $102  73 

Teaming    . 

36  00 

Surveyors . 
Gravel 

10  00 
137  08 

Earth 

521  48 

807 

29 

Savin  street,    furnishing   and   setting  edge- 

stones,  paving  gutters,  and  sidewalks,  and 

macadamizing  roadway :  — 

Labor         ....       $703  00 

Teaming    . 

661  85 

Surveyors 
Pavers'  bills 

17  50 

307  28 

Crushed  stone 

2,218  50 

Brick 

408  81 

Blocks 

19  24 

Edgestone 

551  59 

Gravel 

220  68 

Sand 

91  66 

5.200 

11 

Seaver  street,  between  Washington  street 
and  Walnut  avenue,  furnishing  and  setting 
edgestones,  paving  gutters  and  sidewalks, 
and  macadamizing  roadway  :  — 

Labor         .         .         .  '       .    $1,080  61 

Teaming    ....      1,073  26 

Surveyors  . 

Pavers'  bills 

Crushed  stone 

Brick 

Edgestone 

Lumber 

Gravel 

Sidewalks,  edgestones,  and  gutters,  new,  not 
included  in  work  elsewhere  enumer- 
ated :  — 

Labor         ....    $1,573  31 


68  50 

523  20 

17  74 

426  00 

1,069  98 

11  08 

609  78 

4,880  15 

Teaming 


931  32 


Amounts  carried  forward. 


,504  63  $67,668  35 


Keport  of  Sup't  of  Streets. 
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Amounts  brought  forward, 
Surveyors 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Lumber     . 
Gravel 
Sand 


$2,504  63 

68  00 

941  79 

1,728  16 

90  72 

784  73 

22  64 

737  97 

136  34 


WMS  35 


nyrna    street,    grading 

and 

macadamiz- 

ing  :  — 
Labor 

,       $553 

28 

Teaming    . 

163 

70 

Surveyor  . 

25 

00 

Crushed  stone 

3 

94 

Stone  chips 

88 

15 

Gravel 

68 

10 

7,014  98 


902  17 


Snow,  removing  and  levelling  same  on  pub- 


lic streets  : 
Labor 
Teaming 


;,082  75 
351  57 


Sterling  street,  resetting  edgestones,  repav- 
ing  gutters  and  sidewalks,  and  macadamiz- 
ing roadway  :  — 


Teaming    . 

254  67 

Surveyors . 

12  50 

Pavers'  bills 

103  12 

Crushed  stone    . 

463  42 

Gravel 

142  42 

St.  James  street,   resurfacing   macadamized 
roadway  :  — 

Labor        .         .         .         .         $84  40 


Teaming    . 
Surveyors . 
Crushed  stone 
Gravel 


249  00 

32  50 

143  95 

58  59 


6,434  32 


1,160  44 


568  44 


Amount  carried  forward, 


,748  70 


32 


City  Document  No.  47. 


Amount  brought  forward, 
Thornton  street,  grading,  macadamizing,  fur- 
nishing, and  setting  edgestones,  and  pav- 


$83,748  70 


ing  gutters  : 
Labor 
Teaming    . 
Surveyors . 
Pavers'  bills 
Asphalt  paving 
Crushed  stone 
Blocks 
Edgestone. 
Flagging  . 
Gravel 
Powder     . 


,521  89 
703  49 

11  25 
345  01 

28  38 
362  84 

74  00 
824  96 

79  10 
284  64 

21  00 


100 

48 

6 

00 

62 

09 

7 

88 

86 

36 

109 

26 

136 

92 

46 

50 

12 

42 

Transit  street,  grading,  macadamizing,  fur- 
nishing and  setting  edgestones,  paving 
gutters  and  sidewalks  :  — 

Labor        ....       $136  87 

Teaming    . 

Surveyors 

Pavers'  bills 

Crushed  stone 

Brick 

Blocks 

Edgestone 

Gravel 

Sand 

Waverley  street,  grading,  macadamizing,  set- 
ting edgestones,  paving  gutters  and  side- 
walks :  — 

Labor        .         .  $917  95 

Teaming    . 

Surveyors 

Pavers'  bills 

Crushed  stone 

Stone  chips 

Brick 

Blocks 

Edgestone 

Gravel 

Earth 


Amount  carried  forward, 


4,256  56 


704  78 


641  95 

52  50 

361  52 

431  SQ 

360  50 

171  84 

68  92 

114  75 

243  95 

429  40 

3,795  14 

$92,505  18 

Keport  of  Sup't  of  Streets. 

Amount  brought  fomvard, 
Woodbine  street,  resurfacing  macadamized 
roadway  :  — 

Labor        .  .  .  .       $124  58 


Teaming    . 
Surveyors 
Crushed  stone 
Gravel 


99  52 

5  00 

112  40 

55  71 
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$92,505  18 


397  21 


$92,902  39 


Sprinkling  Streets. 

Albany    street,   between   Eustis 

and  Hampden  streets     .  .       $100  00 

Blue  Hill  avenue,  between  Dud- 
ley and  Columbia  streets         .  600  00 

Brookline  avenue,  between  Ma- 
ple avenue  and  the  Brookline 
line 292  50 

Cabot  street      .  .  .  .  100  00 

Centre    street,    between     Eliot 

square  and  Cedar  street         .  100  00 

Dudley  street,  between  Blue  Hill 

and  Brook  avenues         .  .  100  00 

Eliot  square      .  .  .  .  150  00 

Harrison  avenue,  between  North- 
ampton and  Warren  streets    .         487  50 

Heath  street,  between  Tremont 

and  Day  streets     .  .  .         325  00 

Highland  street,   between  Eliot 

square  and  Fort  avenue         .  100  00 

Long  wood  avenue     .         .         .         552  50 

Norfolk  avenue,  between  Hamp- 
den and  Magazine  streets       .  100  00 

Parker  street,  between  Tremont 

street  and  Westland  avenue    .  612  50 

Roxbury  street,  between  Wash- 
ington and  Putnam  streets     .  100  00 

Tremont  street,  between  the 
Boston  and  Providence  Rail- 
road and  the   Brookline  line,      1,287  00 

Walnut  avenue,  between  Warren 

and  Seaver  streets         .  .         333  00 


Amounts  carried  forward,  $5,340  00  $92,902  39 
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Amounts  brought  forward, 
Warren  street,  between  Dudley 

street  and  Grove  Hall  . 
Washington  street,  between  Cliff 

and  Cedar  streets  . 
Amory  street,  between  Centre 
and  School  streets ;  Centre 
street,  between  Cedar  and 
Perkins  streets  ;  Dale  street, 
between  Washington  street  and 
Walnut  avenue  ;  Day  street ; 
Elmore  street ;  Highland 
street,  between  Marcella  and 
Centre  streets  ;  Marcella  street, 
between  Washington  and  High- 
land streets  ;  Heath  street,  be- 
tween Pynchon  and  Day 
streets  ;  Pynchon  street ;  Rock- 
land street,  between  Walnut 
avenue  and  Dale  street ;  Wash- 
ington street,  between  Cedar 
and  Seaver  streets 


,340  00  $92,902  39 


667  00 


150  00 


2,381  76 


8,538  76 


Amount  expended  in  Roxbury 


$101,441   15 


SOUTH  BOSTON. 

C  street,  between  Fifth  and  Seventh  streets, 
paving  with  granite  blocks  :  — 
Labor 
Teaming   . 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Flagging  . 
Lumber    . 
Gravel 
Sand 


Congress  street,  east  of  A  street,   grading 
and  paving  with  granite  blocks  :  — 

Labor        ....       $787  15 
Teaming   .         .         .         .         368  50 


1,138  39 

828  43 

691  94 

267  00 

3,276  47 

235  70 

394  51 

2  81 

132  00 

62  35 

$7,029  60 

Amounts  carried  forward ,  $1,155  65 


$7,029  60 


Report  of  Sup't  of  Streets. 
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Amounts  brought  f one ard,         $1,155  65 
Surveyor  .         .         .         .           32  50 
Pavers' bills       ...         719  64 
Blocks       ....      4,047  14 
Edgestone          ...         406  89 
Gravel       .         .         .         .         665  25 

$7,029  60 

7  097    07 

Congress  street,  east  of  A  street,  fence  :  — 
Labor  ....  $129  12 
Lumber     .         .         .         .  61  25 

Nails  ....  3  40 


Crossings,  not  included  in  work  enumerated 
elsewhere  :  — 

Labor        .  $42  15 

Blocks       .         .         .         .         464  10 


D  street  extension,  grading  and  culvert :  — 
Labor        .  .  .  .         $32  10 

Culvert     .         .         .         .         216  00 


Dorchester    avenue,     between    Dorr     and 
Swett      streets,     paving      with      granite 


blocks  :  — 
Labor 
Teaming    . 
Pavers'  bills 
Brick 
Blocks 
Lumber 
Gravel 
Sand 


$2,473  12 

1,666  50 

1,838  86 

1,106  37 

7,972  23 

16  58 

492  00 

45  00 


East  Fifth  street,  between  P  and  Q  streets, 
widening,  building  retaining-walls  and 
fences  in  fulfilment  of  contract  made  be- 
tween abutters  and  Committee  on 
Streets :  — 

Labor        .         .         .  $145  40 

Teaming    ....  77  50 

Pavers'  bills      ...  31  01 

Contract  on  wall         .         .         400  35 
Fences,  building         .  .         454  79 

Fences,  painting         .         .  94  81 


193  77 


506  25 


248  10 


15,610  66 


Amounts  carried  forward,  $1,203  86  $30,615  45 
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Amounts  brought  forward, 

$1,203  86 

$30,615  45 

Brick 

112  39 

Sand 

2  50 

1,318  75 

East  Ninth  street,  between  Dorchester 
street  and  Lowland  street,  furnishing 
and  setting  edgestones,  paving  gutters 
and  gravelling :  — 


Teaming    . 

706  68 

Pavers'  bills 

215  37 

Brick 

295  67 

Edgestone 

365  57 

Lumber     . 

19  31 

Gravel 

264  00 

Sand 

77  93 

Fences  and   plank- walks,    not   included   in 
work  enumerated  elsewhere  :  — 

Labor  ....  $728  26 
Lumber  ....  668  45 
Nails  ....  17  00 


I  street,  resurfacing  macadamized  roadway  :  — 
Labor        ....       $720  22 
Teaming    ....         453  75 
Gravel      .         .         .         .         128  00 


Knowlton  street,  widening,  grading,  furnish- 
ing and  setting  edgestones,  paving  gutters 
and  sidewalks,  and  gravelling  :  — 

Labor 

Teaming    . 

Pavers'  bills 

Brick 


Edgestone 
Lumber     . 
Gravel 
Sand 


L  street,  north  of  First  street,  grading :  — 
Labor         .  .  .  .         $77  31 

Surveyor  ....  62  50 

Earth        .         .         .         .         550  55 


$397 

98 

394 

72 

160 

37 

149 

49 

282 

61 

7 

45 

52 

00 

31 

31 

2,806  92 


1,413  71 


1,301  97 


1,475  93 


690  36 


Amount  carried  forward, 


$39,623  09 


Report  of  Sup't  of  Streets. 
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Amount  brought  forward, 
N  street,  corner  East  Sixth  street,  furnish- 
ing and  setting  edgestones,  paving  gutters 
and  sidewalks  :  — 

Labor  ....  $127  44 
Teaming    .  .         .  .  100  32 

Pavers'  bills  .  .  .  110  78 
Brick  .  .  .  .  Ill  63 
Edgestone  .         .         .         117  87 


$39,623  09 


568  04 


O   street,  between   East   Second   and  East 
Third  streets,  grading  :  — 
Labor        .... 


Teaming 

Gravel 

Sand 


$126  12 

138  25 

48  00 

4  02 


O  street,  between  East  Broadway  and  East 
Fourth  street,  furnishing  and  setting 
edgestones,  paving  gutters  and  side- 
walks :  — 


Teaming    . 

81  06 

Pavers'  bills 

90  75 

Brick 

143  46 

Edgestone 

140  97 

Lumber     . 

5  53 

Sand 

28  75 

Repairing  sidewalks,  not  included  in  work 
enumerated  elsewhere  :  — 

Labor        ....    $2,083  00 


Teaming    . 

927  00 

Asphalt  pavement 

5  17 

Brick 

753  22 

Sand 

222  62 

Repairing  streets,  not  included  in  work  else- 
where enumerated :  — 

Labor  .  .  .  .$10,715  46 
Teaming  ....  3,450  62 
Blocks       ....      1,404  15 


316  39 


579  93 


3,991  01 


Amounts  carried  forward,        $15,570  23  $45,078  46 
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Amounts  brought  forward, 

$15,570  23 

$45,078  46 

Gravel 

.      1,723  02 

Cement 

5  80 

Setting  glass 

2  56 

17,301  61 

Sidewalks,   edgestones,    and   gutters,    new, 
not  included  in  work  elsewhere  enumer- 

Labor        ....       $462  87 

Teaming    .         .         .         .         275  17 

Pavers'  bills 

Brick 

Blocks 

Edgestone 

Lumber     . 

Gravel     ,  . 

Sand 

Snow,  removing  and  levelling  same  on  public 
streets : — 

Labor        ....    $4,868  96 
Teaming    ....      1,703  69 


452 

00 

1,019 

90 

65 

07 

436 

99 

5 

76 

68 

00 

76 

60 

Telegraph  street,  paving  sidewalks  :  — 

Labor        .         .         .         .         $38  16 
Teaming    ....  28  00 

Pavers' bills       ...  52  26 

Brick         .         .         .         .         154  13 
Sand  ....  6  25 

West  Seventh  street,  between  B  and  D 
streets,  furnishing  and  setting  edgestones, 
paving  gutters,  and  gravelling  :  — 


JLJiWfyJx.                   •                     • 

Teaming    . 

690  44 

Pavers'  bills 

511  34 

Edgestone 

457  60 

Gravel 

84  00 

Sand 

50  28 

West    Seventh   street,    between   D   and   E 
streets,  grading  and  gravelling  :  — 

Labor        ....       $186  22 
Teaming    .         .         .         .  88  25 


2,862  36 


6,572  65 


278  80 


2,625  40 


274  47 


Amount  carried  forward, 


$74,993  75 


L 


Kepqrt  of  Sup't  of  Streets, 

Amount  brought  forward, 
West  Sixth  street,  between  D  and  E  streets, 
resetting  edgestones,  repaying  gutters  and 
sidewalks :  — 

Labor        .         .  $332  21 

Teaming    . 

Pavers'  bills 

Gravel 

Sand 


39 
$74,993  75 


Sprinkling  Streets. 


Boston  street    .... 

Dorchester  avenue,  between 
Swett  and  Mt.  Vernon  streets, 

Dorchester  street,  between 
Broadway  and  Eighth  street, 

Swett  street,  between  Gerard 
and  Ellery  streets 

West  First  street,  between  B  and 
E  streets       .... 

Dorchester  street,  between  Ninth 
and  Middle  streets ;  East 
Eighth  street,  between  H  and 
Old  Harbor  streets  ;  East  Fifth 
street,  between  K  and  M 
streets ;  East  Fifth  street, 
between  O  and  P  streets ; 
East  Fourth  street,  between 
G  and  Dorchester  streets ; 
East  Third  street,  between 
Dorchester  and  H  streets ;  F 
street,  between  West  Sixth 
and  West  Seventh  streets ; 
Grimes  street ;  H  street,  be- 
tween East  Seventh  and  East 
Eighth  streets ;  I  street,  be- 
tween East  Broadway  and 
East  Eighth  street ;  M  street, 
between  East  Seventh  and 
East  Ninth  streets ;  West 
Eighth  street,  between  D  and 
E  streets ;  West  Fifth  street, 


265  25 

168  04 

44  00 

2  50 

812  00 

*  t>  v^md 

$75,805  75 

tEETS. 

$487  50 

422  50 

168  75 

520  00 

150  00 

Amounts  carried  forward,  $1,748  75  $75,805  75 
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Amounts  brought  forward, 
between  Dorchester  avenue 
and  D  street ;  West  First 
street,  between  the  New  York 
&  New  England  Railroad  and 
B  street ;  West  Fourth  street, 
between  Dorchester  and  F 
streets  ;  West  Seventh  street, 
between  Dorchester  avenue  and 
E  street ;  West  Sixth  street, 
between  D  and  E  streets ; 
West  Third  street,  between  D 
and  E  streets 


Bridges. 
Swett  street,  repairs  . 

Amount  expended  in  South  Boston 


,748  75  $75,805  75 


860  36 


2,609  11 


190  24 


$78,605  10 


52 

15 

181 

38 

53 

00 

EAST  BOSTON. 

Border  street,  between  White  and  Eagle 
streets,  furnishing  and  setting  edgestones 
and  paving  gutters  :  — 

Labor         .  .  .  $126  83 

Teaming    .  .  .  .  71  75 

Pavers'  bills 

Edgestone 

Gravel 


Border  street,   between    White  and   Eutaw 
streets,  paving  with  granite  blocks  :  — 
Labor        .         .         .         .    $1,200  45 
Teaming    . 
Surveyor  . 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Lumber     . 
Gravel 


145 

25 

34 

00 

649 

63 

568 

43 

2,759 

15 

513 

12 

16 

32 

515 

65 

485  11 


6,402  00 


Amount  carried  forward, 


$6,887  11 
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Amount  brought  forward,  $6,887   11 

Condor  street,  plank-walk  :  — 
Labor        .... 
Teaming    .... 
Lumber     .... 
Nails  .... 

Cowper  street,  grading  :  — 

Labor        .... 
Teaming    .... 


o 


$192 

85 

56 

00 

218 

82 

17 

50 

$776 

85 

241 

50 

$48  84 

29 

93 

Culverts  :  — 
Labor 
Lumber 


Eagle  street,  between  Meridian  and  Border 
streets,  furnishing  and  setting  edgestones, 
paving  gutters,  and  gravelling  :  — 

Labor        .         .  '       .         .       $131  31 

66  00 

47  34 

129  30 

56  80 


Teaming    . 
Pavers'  bills 
Edfifestone 


Gravel 


Eagle  street,  between  Putnam  and  Prescott 
streets,  furnishing  and  setting  edgestones, 
paving  gutters  and  gravelling  :  — 
Labor  .  .  .  .  $753  49 
Teaming  .  .  .  .  147  50 
Pavers' bills  ...  104  78 
Edgestone  ...         304  68 

Gravel       .         .         .         .         297  00 


Fences   and   plank-walks,    not    included  in 
work  enumerated  elsewhere  :  — 

Labor        .         .         .         .       $164  68 
Teaming    ....  3  50 

Lumber     .         .         .         .         165  83 


Lexington  street,  between  Border  and 
Meridian  streets,  furnishing  and  setting 
edgestones,  paving  gutters  and  sidewalks, 
and  gravelling :  — 

Labor        ....       $243  31 
Teaming    .         .         .         .  19  25 


485  17 


1,018  35 


78  77 


430  75 


1,607  45 


334  01 


Amounts  carried  forward,  $262  56  $10,841  61 
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Amounts  brought  forward,             $262  56 

$10,841 

61 

Pavers'  bills        .          .          .          122  35 

Brick         .         .         .         .         212  20 

Edgestone           .          .         .         174  48 

Gravel       .         .         .         .           22  95' 

794 

54 

Marginal  street,  east  of  Cottage  street,  pav- 

1  l/T 

«-»^± 

ing  with  small  gra 

trite  blocks  :  — 

Labor 

.    $1,633  66 

Teaming    . 

434  00 

Surveyor  . 

50  00 

t 

Pavers'  bills 

.      1,273  81 

Bricks 

153  62 

Blocks 

.      6,314  58 

Edgestone 

18  00 

Cement 

3  20 

Gravel 

522  16 

Sand 

55  48 

10,458 

51 

Maverick  street,  between  Maverick  square 
and  Havre  street,  resetting  edgestones,  re- 
paving  gutters  and  sidewalks,  and  macad- 
amizing roadway :  — 


JLJiXiKjxJl.                    •                     • 

Teaming    . 

109  00 

Pavers'  bills 

254  66 

Brick 

69  98 

Edgestone 

10  80 

Gravel 

164  05 

Maverick     street,     between     Orleans     and 
Jeffries  streets,  plank-walk  :  — 

Labor        ....       $121  72 
Lumber     .         .         .         .         340  28 

Meridian  street,  between  Condor  street  and 
the  bridge,  paving  sidewalks  :  — 
Labor 
Teaming    . 
Pavers'  bills 
Gravel 
Brick 


Amount  carried  forward, 


981  22 


eet  and 

$30  39 

1  75 

40  11 

12  15 

110  55 

194  95 

$23,732  83 

Eeport  of  Sup't  of  Streets. 

Amount  brought  forward, 
Meridian  street,  between  White  and  Condor 

road- 


streets,     resurfacing  macadamized 
way  :  — 

Labor        .... 


Teaming 


$272  82 
42  75 


Moore  street,  between  Saratoga  and   Cow- 
per  streets,  grading  :  — 

Labor        ....  $2,252  65 

Teaming    ....  1,186  50 


Prescott  street,  between  Trenton  and  Eagle 
streets,    grading,     paving     gutters,     and 


gravelling :  — 
Labor 
Teaming    . 
Pavers'  bills 
Gravel 


$118  49 
17  00 

92  74 
97  20 


Repairing  streets,  not  included  in  work  enu- 
merated elsewhere  :  — 

Labor        ....    $6,781  24 

Teaming    .         .         .         .         967  36 

Surveyor  .  .  .         .  1   12 

Gravel 

Cinders 

Cement 

Ferry-tickets 

Reparing   sidewalks,  not  included  in  work 
enumerated  elsewhere  :  — 

Labor        ....    $1,057  00 
Teaming    .         .         .         .  46  64 

Brick         .         .         .         .         303  17 
Sand  and  gravel  .         .         252  45 


Saratoga  street,  between  Chelsea  and  Moore 
streets,  gravelling :  — 

Labor         ....       $669  17 
Teaminof    ....  66  00 


Gravel 


205  50 


43 
$23,732  83 


315  57 


3,439  15 


325  43 


306  10 

1,059  00 

6  40 

10  00 

9.131  22 

1,659  26 


940  67 


Amount  carried  forward^ 


$39,544  13 
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Amount  brought  forward. 
Sidewalks,  edgestones  and  gutters,  new,  not 

included  in  work  enumerated  elsewhere  :  — 
Labor  ....  $140  01 
Teaming    .  .  .  .  35  00 

Pavers'  bills        ...  96  24 

Brick         .         .         .         .         454  94 
Gravel       ....  62  10 


$39,544  13 


Snow,  levelling  same  on  public  streets  :  — 
Labor  ....  $2,834  08 
Teaming    .  .  .  .  64  40 


Sprinkling  Streets. 


Saratoga  street,  between  Chelsea 
street  and  Winthrop  line 

Saratoga  street,  between  Pres- 
cott  and  Chelsea  streets  ;  Chel- 
sea street,  between  Prescott 
and  Saratoga  streets ;  Ben- 
nington street,  between  Pres- 
cott and  Chelsea  streets 

White  street,  between  Trenton 
and  Meridian  streets ;  Mon- 
mouth and  Putnam  squares     . 


Amount  expended  in  East  Boston 


,987  50 


788  29 


2,898  48 
$43,230  90 


450  00 

300  00 

2,737  50 

• 

.  $45,968  40 

DOKCHESTER. 

Adams  street,  between  Dorchester  avenue 
and  King  street,  resurfacing  macadamized 
roadway :  — 

Labor         ....       $562  66 

Teaming    .  .  .  .         699  82 

Crushed  stone 

Gravel 

Steam-roller 


Amount  carried  forward, 


581  30 

16  00 

200  46 

3,060  24 

$3,060  24 

Report  of  Sup't  of  Streets, 


Amount  brought  forward, 
Al ban  street,  grading  :  — 
Labor 
Teaming    . 


$76  90 
23  25 


Ashmont   street, 

between  Train 

street  and 

Neponset  avenue,  grading  :  — 

Labor 

... 

$39  16 

Teaming    . 

•         •          • 

7  88 

Surveyor  . 

•         •          • 

37  50 

Earth 

•         •         • 

419  40 

Bird  street,  furnishing  and  setting  edgestones, 
paving  gutters,  and  gravelling  :  — 

Labor         ....       $267  43 

68  6Q 
Pavers' bills        ...  96  02 

484  49 
32  00 


Edgestone 
Gravel 


Boutwell   avenue,  grading,  gravelling,  and 
paving  gutters  :  — 

Labor         ....       $414  75 

Teaming    . 

Surveyor  . 

Pavers'  bills 

Gravel 

Earth 


Bowdoin  avenue,  grading,  furnishing  and 
setting  edgestones,  paving  gutters,  and 
rolling  roadway :  — 

Labor        .  *       .         .         .    $1,015  74 


Teaming    . 

392  59 

Pavers'  bills 

44  02 

Edgestone 

461  48 

Steam-roller 

189  91 

Cedar  street,  grading  :  — 

Labor 

$327  72 

Teaming    . 

96  00 

Cement 

6  00 

45 
$3,060  24 

100  15 


503  94 


948  60 


401  35 

31  00 

154  00 

187  24 

603  41 

1,791  75 

2,103  74 


429  72 


Amount  carried  forward, 


8,938  14 
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$19  43 
68  75 
72  00 

$480  36 
108  78 

$63 
76 

63 

50 

Amount  brought  forward, 
Centre  avenue,  gravelling  :  - 
Labor 
Teaming    . 
Gravel 

Charles  street,  grading  :  — 
Labor 
Teaming    . 

Clayton  street,  grading  :  — 
Labor 
Teaming    . 


Crossings,  not  included  in  work  enumerated 
elsewhere :  — 

Labor        ....       $257  86 

Teaming    . 

Pavers'  bills 

Blocks 

Gravel 

Culverts,  not  included  in  work  enumerated 
elsewhere  : 
Labor 
Teaming 
Lumber 
Nails 
Gravel 


,938  14 


126 

30 

12 

00 

199 

05 

16 

00 

imera 
$543 

ted 
84 

12 

61 

172 

08 

6 

80 

11 

25 

Cushing  avenue,  grading  :  — 

Labor        ....    $2,752  68 
Teaming    .         .         .         .         224  92 


Dorchester  avenue,  between  South  Boston 
line  and  Glover's  corner,  grading  :  — 
Labor        ....       $518  84 
Teaming    .         .         .         .         882  04 


Gravel 

East  Chester  park,  fence  : 
Labor 
Lumber     . 


36  00 


$162  36 
40  76 


160  18 


589  14 


140  13 


611  21 


746  58 


2,977  60 


1,436  88 


203  12 


Amount  carried  forward, 


$15,802  98 


Keport  of  Sup't  of  Streets. 

Amount  brought  forward  ^ 
Fences   and    plank- walks,    not   included  in 
work  enumerated  elsewhere  :  — 

Labor  ....  $1,123  25 
Lumber  ....  2,119  47 
Nails  ....  70  60 

Iron  .  .  .  .  1  31 


Forest  Hills  avenue,  grading  :  — 
Labor        .... 
Teaming    .... 


$244  37 
132  43 


Geneva  avenue,  between  Columbia  street  and 
Blue  Hill  avenue,  grading  and  macadamiz- 


ing 


Labor 
Teaming    . 
Gravel 
Powder 
Steam-roller 
glass 


Setting 


Glenarm  street,  grading  :  — 
Labor 
Teaming    . 
Surveyor  . 
Gravel 


Merrill  street,  grading,  macadamizing,  fur- 
nishing and  setting  edgestones,  and  paving 


gutters  :  - 
Labor 
Teaming    . 
Surveyor  . 
Pavers'  bills 
Edgestone 
Crushed  stone 
Gravel 
Powder 
Cement 


$1,268  30 

643  32 

24  50 

223  31 

792  98 

291  85 

375  69 

21  00 

5  80 


Monadnock  street,  grading,  furnishing  and 
setting  edgestones,  paving  gutters,  and 
macadamizing  roadway :  — 

Labor        ....    $2,325  07 


47 

$15,802  98 


3,314  63 


376  80 


$8,619  98 

1,511  83 

112  00 

303  50 

253  22 

3  00 

10,803  53 

$128  76 

36  50 

17  50 

168  50 

a*i  9£ 

3,646  75 


Amounts  carried  forward, 


,325  07  $34,295  95 
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Amounts  brought  forward,          $2,325  07 

$34,295  95 

Teaming    .          .          .          .         832  62 

Surveyor  . 

57  50 

Pavers'  bills 

510  38 

Crushed  stone    . 

339  18 

Blocks 

.      1,511  98 

Edgestone 

.      1,712  30 

Gravel 

374  41 

Powder 

21  00 

Steam-roller 

60  05 

7,744  49 

Neponset  avenue,  between  Pope's  Hill  and 

Minot  street,  grading  and  macadamizing 

roadway  :  — 

Labor        ....    $3,773  14 

Teaming    ....      3,830  50 

Crushed  stone    .          .          .      6,366  60 

Gravel       .          .          .          .         420  84 

Lumber     ....           36  14 

Steam-roller 

432  58 

Newhall  street,  grading  :  — 
Labor 
Teaming    . 
Surveyor  . 
Earth 


$153  60 

107  33 

6  00 

83  88 


Norfolk  street,  between  railroad  bridge  and 
Walk-Hill  street,  gravelling  :  — 

Labor  ....  $923  61 
Teaming  ....  684  75 
Surveyor  ....  34  00 

Gravel       .         .         .         .         789  36 


Park  street,  plank- walk  : 

__ 

Labor 

« 

$95  45 

Lumber     . 

• 

incli 

286  30 

Repairing    streets,    not 

ided   in   work 

enumerated  elsewhere 

:  — 

Labor 

.    $7,814  79 

Teaming    . 

.      5,731  69 

Surveyor  . 

8  75 

Pavers'  bills 

47  85 

Crushed  stone    . 

147  14 

14,859  80 


350  81 


2,431  72 


381  75 


Amounts  carried  forward,        $13,750  22 


,064  52 


Rei 

Amounts  broug* 
Gravel 
Cement 
Brick 

>ORT  of   Suj 
kt  forward, 

•  • 

•  • 

•  • 

•  • 

•  • 

?'t  of  Streets. 

$13,750  22 

.      1,063  91 

3  20 

38  21 

49 
$60,064  52 

14,855  54 

Retaining-walls  :  - 
Labor 
Teaming    . 

$417  21 

119  82 

Richmond  street,  between  Dorchester  avenue 
and  Adams  street,  grading,  furnishing  and 
setting  edgestones,  paving  gutters,  and 
macadamizing  roadway 


Labor 

.    $2,203  82 

Teaming    . 

.      1,039  24 

Pavers'  bills 

345  84 

Crushed  stone    . 

77  46 

Blocks 

784  75 

Edgestone 

.      1,224  13 

Gravel 

274  04 

Powder 

30  80 

Cement 

1  50 

Steam-roller 

63  30 

Rill  street,  grading  and  gravelli 

tig :  — 

Labor        .         .         .         .  ~     $134  69 

Teaming    . 

42  46 

Surveyor  .... 

13  75 

Gravel       .... 

405  73 

Stone         .... 

6  50 

Sawyer  avenue,  grading  :  — 


Teaming 


Sidewalks,  edgestones 


included  in  work  enumei 
Labor 
Teaming    . 
Surveyor  . 
Pavers'  bills 
Brick 
Blocks       . 
Edgestone 
Gravel 


Amounts  carried  forward, 


and  gutters,  new,  not 
ated  elsewhere  :  — 


$585 

91 

855 

35 

7 

50 

204 

23 

219 

31 

366 

26 

839 

08 

48 

00 

6,044  88 


603  13 

228  41 


1,125  64 


,333  51 
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Amounts  brought  forward. 

$3,125  64 

$82,333 

51 

Sand 

2  90 

Cement 

6  00 

3,134 

54 

Snow,  levelling  same  on  public  streets  :  - 

Labor 

.    $3,185  42 

Teaming    . 

.      1,476  33 

4,661 

75 

Walnut     street,    resurfacing 

macadamized 

roadway  :  — 

Labor 

$482  67 

Teaming    . 

435  95 

Pavers'  bills 

18  78 

Crushed  stone    . 

468  79 

Blocks 

177  60 

Edgestone 

76  84 

1,660 

63 

Westville  street,  grading  and 

macadamizing 

roadway  :  — 

Labor 

$975  46 

Teaming    . 

968  19 

Gravel 

268  00 

Stone 

.      1,345  92 

Steam-roller 

200  46 

Sprinkling  Streets. 


Adams  street,  between  Bowdoin 
street  and  Field's  Corner 

Boston  street,  between  Mt.  Ver- 
non and  Stoughton  streets 

Commercial  street,  between 
Pleasant  and  Mill  streets ; 
Beach  street,  between  Com- 
mercial street  and  the  Old 
Colony  Railroad  ;  Park  street, 
between  Adams  and  Commer- 
cial street ;  Mill  street,  be- 
tween Ashland  and  Commer- 
cial streets     .... 

Cottage  street,  between  the  New 
York  &  New  England  Rail- 
road and  Sumner  street 

Amounts  carried  forward, 


$100  00 
300  00 


3,758  03 
$95,548  46 


773  33 

126  00 

$1,299  33 

$95,548  46 

Keport  or  Sup't  of  Streets.  51 

Amounts  brought  forward,         $1,299  33  $95,548  46 

Dorchester      avenue,      between 

South  Boston  line  and  Field's 

Corner  .         .         .         .         935  00 

Dudley  street,    between   Brook 

avenue  and  Hancock  street     .         330  00 
Hancock  street,  between  Dudley 

and  Columbia  streets     .  .  48  00 

Humphreys  street      .  .  .  72  00 

Pleasant  street  .  .  .         405  17 

Savin  Hill  avenue      ...  187  00 

Stoughton  street,  between  Boston 

and  Pleasant  streets        .  .  126  00 

Adams   street,   between   Field's 

Corner     and    Milton     Lower 

Mills  ;  Bowdoin  street ;  Bow- 

doin  avenue  ;  Columbia  street ; 

Dorchester    avenue,    between 

Field's     Corner    and     Milton 

Lower  Mills  ;  Geneva  avenue, 

between  Columbia  street  and 

Blue    Hill   avenue ;    Hancock 

street,  between  Columbia  and 

Bowdoin  streets  ;  High  street, 

between  Water  and  Ericsson 

streets ;  Melville  avenue,  be- 
tween Washington  and  Allston 

streets ;    Mill  street,  between 

Old     Colony     Eailroad     and 

Washington     street ;     Milton 

avenue ;    Minot    street ;    Ne- 

ponset  avenue  ;  Norfolk  street, 

between  Washington  and  Nel- 

son  streets  ;   Parkman  street ; 

River  street ;    Taylor   street ; 

Trull  street ;    Walnut  street ; 

Washington     street ;     Water 

street;  Westville  street  .      5,098  95 


8,501  45 

Bridges. 

Central  avenue,  repairs 
Milton,  repairs 

$128  69 
7  27 

135  96 

Amount  expended  in  Dorchester 

.          • 

$104,185  87 
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WEST  ROXBURY. 

Amherst    street,    grading,    gravelling,   and 
paving  gutters  :  — 

Labor        ....       $493  27 


Teaming    . 

708  03 

Pavers'  bills 

121  50 

Gravel 

241   18 

Stone 

14  89 

mory  and  Boylston  streets,   paving  side- 

walks :  — 

Labor 

$50  13 

Teaming    . 

113  50 

Pavers'  bills 

96  71 

Brick 

255  57 

Gravel 

39  30 

Berry  street,  grading,  gravelling,  and  paving 
gutters  :  — 

Labor        ....    $1,200  33 

Teaming   ....      1,019  79 

Pavers'  bills 

Gravel 

Stone 

Blakemore  street,  grading,  gravelling,  and 
paving  gutters  :  — 

Labor        ....  $1,876  92 

Teaming    .  1,924  50 

Pavers'  bills       ...  91  50 

Lumber  for  stakes      .          .  2  05 

Gravel       .         .         .         .  740  00 


Brandon  street,  grading,  gravelling,  and  pav- 
ing gutters  :  — 

Labor        ....       $506  52 


Teaming    . 
Pavers'  bills 
Stone 
Gravel 
Earth 


847  75 
29  25 
32  75 

296  65 
14  50 


$1,578  87 


555  21 


337  25 

344  99 

119  00 

3.021  36 

4,634  97 


1,727  42 


Amount  carried  forward, 


11,517  83 


Report  of  Sup't  of  Streets. 
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Amount  brought  forward,  $11,517  83 

Brown  avenue,    grading,    and   paving   gut- 
ters :  — 

Labor        ....       $436  53 

390  22 

Pavers' Trills       ...         238  50 

Stone         .  .  .  .  61  60 

Gravel       ....  74  96 


Brookside  avenue,  grading 
Labor 
Teaming    . 
Earth 


Carolina  avenue,  gravelling  :  — 
Labor        . 
Teaming    . 

Gravel       .  .  .  . 

Steam-roller 


Centre    street,   between    Grove    street  and 
Dedham  line,  gravelling  :  — 
Labor        .... 
Teaming    .... 
Gravel       .... 

Childs  street,  between  Call  and  Lee  streets, 
grading,  and  gravelling :  — 

Labor        ....       $322  40 
Teaming    .  .  .  .  263  03 


1,270 

16 

1,282 

02 

531 

00 

$215 

16 

330 

15 

35 

55 

4 

62 

;reet  and 

$300  31 

497 

50 

402 

40 

Gravel 


116  68 


Crossings,  not  included  in  work  enumerated 
elsewhere  :  — 

Labor        ....       $101  28 

Teaming    .  .  .  .  80  11 

Pavers'  bills 

Blocks 

Flagging    . 

Gravel 

Culverts,  not  included  in  work  enumerated 
elsewhere  :  — 

Labor        ....       $425  98 
Teaming    .         .         .         .  88  75 


34 

08 

70 

49 

342 

93 

5 

40 

1,201  81 


3,083  18 


585  48 


1,200  21 


702  11 


634  29 


Amounts  carried  forward. 


$514  73  $18,924  91 
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Amounts  brought  forward, 

$514  73 

$18,924  91 

Brick 

17  25 

Stone 

103  00 

Edgestone 

7  45 

Lumber    . 

51  00 

Drain-pipe 

42  00 

Cess-pool  grates 

48  45 

Gravel 

50 

Cement     . 

3  00 

7R7   ZR 

Custer   street,    grading   and   macadamizing 
roadway  :  — 

Labor        ....       $145  19 
Teaming    .         .  .  .         232  75 

Crushed  stone    .         .         .         369  49 
Gravel       .         .         .         .  32  25 


Danforth  street,  grading,  and  macadamizing 


roadway  :  — 
Labor 
Teaming 
Stone 
Gravel 
Powder 


;2,037  42 

1,415  20 

100  00 

338  06 

38  50 


Fences  and  plank-walks,  not  included  in  work 


enumerated  elsewhere 
Labor 
Teaming    . 
Lumber     . 
Nails 

Brimstone 
Painting    . 
Iron . 


,353  31 
74  83 

,934  96 

31  30 

1  35 

52  80 

50  58 


Forest  Hills  street,  furnishing  and  setting 
edgestones,  paving  gutters  and  sidewalks, 
and  macadamizing  roadway  :  — 

Labor        .         .         .         .        $196  24 

324  02 
145  71 
18  70 
185  45 
270  30 


Teaming    . 
Pavers'  bills 
Stone 
Brick 
Blocks 


Amounts  earned  forward, 


779  68 


3,929  18 


3,499  13 


,140  42  $27,920  28 


Report  of  Sup't  of  Streets. 

mounts  brought  forward,         $1,140  42 
Edgestone  '                 .          .         290   12 
Gravel  and  sand          .          .            71  91 
Powder     ....              3  90 

55 

$27,920  28 

1  ZO(\  a-*» 

Gardner  street,  grading  and  gravelling :  — 
Labor         ....       $203  90 

119  00 


Teaming 


Green    street,    between  Centre    street   and 
the     Boston    and     Providence   Railroad, 
resurfacing  macadamized  roadway  :  — 
Labor        .  '$202  96 


Teaming    . 
Pavers'  bills 

192  98 
6  75 

Asphalt  pavement 
Gravel 

69  15 
73  85 

Steam-roller 

50  81 

Green  street,  between  Washington  street  and 
the  Boston  and  Providence  Railroad,  re- 
setting edgestones,  repaying  gutters,  and 
resurfacing  macadamized  roadway  :  — 
Labor        .         .         .         .       $308  88 
Teaming   .  .  .  .         528  37 

Pavers'  bills       .  .  .  77  25 

Blocks       ....         458  85 
Crushed  stone    ...  209  32 

Edgestone  ...  207  64 

Asphalt  pavement      .  .  14  70 

Gravel       .         .         .         .  61  80 


Jamaica  street,  grading  :  — 
Labor 
Teaming    . 
Gravel 


$421  90 

321  46 

35  10 


John  A.  Andrew  street,  grading,  gravelling, 
and  paving  gutters  :  — 

Labor        .  .  .  .       $379  47 


Teaming    . 
Pavers'  bills 
Stone 
Gravel 


652  40 
13  37 

2  80 
202  80 


322  90 


596  50 


1,866  81 


778  46 


1,250  84 


Amount  carried  forward, 


$34,242  14 
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Amount  brought  forward, 

$34,242  14 

Maple  street,  gravelling  :  — 

Labor 

.       $160  17 

Teaming    . 

155  25 

Gravel 

85   10 

400   52 

May  street,  gravelling  :  — 

tuv      O  £j 

Labor        ... 

$126  33 

Teaming   . 

245  36 

Gravel 

70  04 

A±\     72 

Morrison  street,  grading  and  gravelling  :  — 
Labor        ....       $658  00 
Teaming    .  .  .  .         872  00 

Gravel       .  .  .  .  156  60 


Mt.  Vernon  street,  grading  and  gravelling  :  — 
Labor  ....  $346  83 
Teaming  ....  434  50 
Stone         ....  25  50 

Gravel       .  .  .  .         197  30 


Repairing  sidewalks,  not  included  in  work 
enumerated  elsewhere  :  — 

Pavers'  bills       .          .          .  $3  56 

Asphalt  pavement       .          .  527  61 


Repairing    streets,    not   included    in   work 
enumerated  elsewhere  :  — 

Labor         .  .  .  .    $9,204  22 

8,320  38 
Pavers'  bills 
Crushed  stone    . 
Asphalt  pavement 
Gravel 
Cement 

Rockwood  street,  grading,  and  macadamiz- 
ing roadway  :  — 
Labor 
Teaming    . 
Crushed  stone    . 
Asphalt  pavement 
Gravel 
Powder 


Amount  carried  forward, 


1,686  60 


1,004  13 


531   17 


240  58 

277  49 

239  25 

1,865  31 

4  50 

20,151 

73 

icadamiz- 

1  fJ 

$762  02 

607  92 

404  38 

107  55 

124  80 

43  00 

2,049 

67 

$60,507 

69 

Report  of  Sup't  of  Streets. 

Amount  brought  forward, 
Rutledge  street,  furnishing  and  setting  edge- 
stones,    paving     gutters,  and 


gravelling  ;  — 
Labor 
Teaming    . 
Pavers'  bills 
Stone 
Edgestone 
Gravel 


$243  55 

248  44 

118  35 

16  96 

47  93 

25  20 


School  street,  resetting  edgestones,  repay- 
ing gutters,  paving  sidewalks,  and  build- 


ing retaining  walls  :  — 


Sidewalks,  edgestones,  and  gutters,  new,  not 
included  in  work  enumerated  elsewhere  :  — 
Labor  ....  $309  37 
Teaming  . 
Pavers'  bills 
Brick 
Edgestone 
Gravel 

Snow,  levelling  same  on  public  streets  :  — 
Labor        .  .  .  .    $3,106  16 

Teaming   ....      1,971  16 


318 

72 

154 

91 

346 

88 

83 

33 

20 

25 

57 
$60,507  69 


700  43 


Labor 

$270  69 

Teaming    . 

562  50 

Pavers'  bills 

250  36 

Brick 

564  78 

Lumber     . 

14  88 

Gravel 

197  59 

Retaining-walls 

605  50 

2,466  30 

Sedgwick    street,    grading, 

furnishing    and 

setting   edgestones, 

paving 

gutters,  and 

macadamizing  roadway :  - 

Labor 

.       $552  72 

Teaming    . 

646  44 

Pavers'  bills 

127  50 

Crushed  stone    . 

225  18 

Stone 

7  00 

Edgestone 

497  99 

Gravel 

87  Go 

2,144  48 


1,233  46 


Amounts  carried  forward, 


,077  32 


$67,052  36 
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Amounts  brought  forward, 
Use  of  land   for    dumping 


snow 


,077  32 


46  81 


South  street,  laying  crossings  and  resurfac- 


ing macadamized  roadway  : 
Labor 
Teaming    . 
Pavers'  bills 
Stone 
Flagging   . 

OCT         O 

Gravel 


$376  70 

316  82 

120  75 

16  80 

73   70 

80  40 


Spring-park  street,  Lfurnishing  and  setting 
edgestones,  paving  gutters  and  macadam- 
izing roadway :  — 

Labor         ....    $2,113  77 

1,718  20 
608  61 


Teaming    . 
Pavers'  bills 
Crushed  stone 
Stone 
Edgestone 
Gravel 
Powder 
Steam-roller 


1,118  00 

61  95 

1,929  62 

279  45 

7  00 

55  43 


Washington    street,   between   Beech   street 
and  Dedham  line,  gravelling :  — 

Labor        ....       $258  31 
Teaming    .  .  .  .         344  00 

Gravel       .  .  .  .         194  60 


Washingston  street,  at  South  street,  paving 
gutters  :  — 

Labor         ....       $147  84 

Teaming    . 

Pavers'  bills 

Stone 

Gravel 

Washington  street,  between  Union  avenue 
and  Walk  Hill  street,  grading,  furnishing, 
and  setting  edgestones,  and  macadamizing 
roadway  :  — 

Labor        .         .         .         .    $1,641  40 


159 

80 

169 

75 

18 

46 

26 

11 

Amounts  carried  forward, 


,052  36 
5,124  13 


985  17 


7,892  03 


796  91 


521  96 


,641  40  $82,372  56 


i 


Keport  of  Sup't  of  Streets.  59 


Amount  brought  forward, 

$1,641  40 

$82,372 

56 

Teaming    . 

.      2,221   25 

Pavers'  bills 

36  98 

Crushed  stone    . 

308  07 

Edgestone 

272  81 

Gravel 

759  60 

5,240 

11 

Williams  street,  grading  :  — 

Labor 

.    $2,745  98 

Teaming    . 

.      3,374  50 

Gravel 

864  72 

Powder 

14  40 

6,999 

60 

\}\j 

$94,612 

27 

Sprinkling  Streets. 


Amory  street ;  Arcadia  street ; 
Ashland  street ;  Atherton 
street ;  Beethoven  street ; 
Berry  street ;  Birch  street ; 
Bishop  street ;  Bourne  street ; 
Boylston  avenue ;  Boylston 
street ;  Brewer  street ;  Brook- 
side  avenue,  between  Chemi- 
cal avenue  and  Green  street ; 
Burroughs  street ;  Call  street ; 
Canterbury  street,  between 
Walk  Hill  and  Berry  streets  ; 
Centre  street ;  Danforth  street ; 
Eliot  street ;  Elm  street ; 
Florence  street ;  Forest  Hills 
street ;  Glen  Road,  between 
Forest  Hills  and  Walnut 
streets  ;  Gordon  street ;  Green 
street ;  Greenough  avenue ; 
Hyde  Park  avenue,  between 
Walk  Hill  and  Washington 
streets  ;  Lamartine  street ; 
Morton  street,  between  Wash- 
ington and  Scarborough 
streets  ;  Mt.  Hope  street ;  Oak 
street ;  Orchard  street ;  Perkins 
street ;  Pond   street ;    Poplar 


Amount  carried  forward,  $94,612  27 
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Amount  brought  forward,  $94,612  27 

street,  between  Brown  avenue 
and  Washington  street ;  Por- 
ter street ;  Prince  street ; 
Rockwood  street ;  School 
street ;  Seaver  street,  between 
Washington  and  Walnut 
streets ;  Seaverns  avenue ; 
South  street ;  Spring  street ; 
Spring-park  street ;  Union 
avenue ;  Walk  Hill  street ; 
Walnut  street ;  Washington 
street;   Weld   avenue     ....  9,014  16 

Bridges. 

Ashland  street,  repairs       .  .       $444  88 

Blakemore  street,  iron  work       .      4,312  58 
Boylston  avenue,  repairs   .  .  133  01 

Hyde  Park  avenue,  repairs         .         214  07 

5,104  54 


Amount  expended  in  West  Roxbury  $108,730  97 


BRIGHTON. 

Bennett  street,  grading  :  — 

Labor        ....       $156  21 


Teaming    .  .  .  .  114  50 


Brighton  avenue,  resurfacing  roadway  :  — 
Labor        ....       $406  89 
Teaming   .  .  .  .         362  22 

Crushed  stone    .  .  .  177  21 

Gravel      .         .         .         .  26  55 


$270  71 


972  87 


Brookline  street,  between  Brighton  avenue 
and  Brookline  bridge,  resurfacing  macad- 
amized roadway  :  — 

Labor        ....       $226  00 
Teaming    .  .  .  .         262  23 

Gravel       .         .         .         .  7  95 


496  18 


Crossings,  not  included  in  work   elsewhere 
enumerated  :  — 


Amount  carried  forward,  $1,739  76 


Report  of  Sup't  of  Streets. 


Amount  brought  forward, 
Labor 
Teaming   . 
Blocks 
Flagging  . 


$347  53 

245  49 

44  84 

382  09 


Parsons  street,  widening,  grading,  mac- 
adamizing, furnishing  and  setting  edge- 
stones,  and  paving  gutters  :  — 

Amount  carried  forward, 


61 
$1,739  76 


Culverts,  not    included    in 

work  elsewhere 

J.  ,  \J  X  %J 

enumerated  :  — 

Labor 

.       $144  98 

Teaming    . 

53  24 

Stone 

55  63 

Lumber     . 

11  55 

Cesspool-grates  . 

3  00 

268 

40 

Everett  street,  gravelling  : 

iUU 

TtV/ 

Labor 

.       $116  61 

Teaming    . 

310  33 

Gravel 

42  38 

469 

32 

Fences  and   plank- walks, 

not   included   in 

r±U  O 

<J  — 

work  elsewhere  enumerated  :  — 

Labor 

.    $1,449  01 

s 

Teaming  . 

28  19 

Lumber    . 

.      1,566  76 

Nails 

26  99 

Brimstone 

5  60 

Iron  posts 

38  68 

3,115 

23 

Mansfield  street,  grading  and  gravelling  :  - 

Labor 

.       $962  51 

Teaming    . 

.     1,781  43 

Brick 

42  00 

Lumber     . 

13  20 

Gravel 

172  65 

Cesspool  grates 

19  53 

2,991 

32 

Oakland      street,     grading      and      paving 

gutters  :  — 

Labor 

$285  04 

Teaming   . 

211  41 

AQa 

A*> 

,100  43 
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Amount  brought  forward, 

$10,100  43 

Labor        .         .         .  '       . 

Teaming  . 

8,759  8Q 

Pavers'  bills 

.      1,077  72 

Stone 

21  50 

Brick 

42  00 

Blocks 

167  67 

Edgestone 

.      3,080  29 

Flagging  . 

157  52 

Lumber     . 

1  40 

Asphalt  paving 

345  47 

Drain-pipe 

231  75 

Gravel 

.      3,177  40 

Cement 

3  30 

Powder     . 

59  50 

27.051  15 

Repairing  sidewalks,  not  included  in  work 
enumerated  elsewhere  :  — 

Brick         .         .         .         .         $28  00 
Cement      .  .  .  .  8  25 


Repairing   streets,   not    included    in    work 
enumerated  elsewhere  :  — 

Labor        ....    $4,800  91 

Teaming   . 

Crushed  stone 

Edgestone 

Gravel 


Retaining-walls  : 
Labor 
Teaming    . 
Stone 


Sidewalks,  edgestones,  and  gutters,  new,  not 

included  in  work  enumerated  elsewhere  :  — 

Labor        .         .  •       .         .       $296  64 

Teaming    .  .  .  .         724  26 

Edgestone  .  .  .         336  02 


4,500 

44 

39 

67 

17 

50 

316 

35 

$104 

97 

51 

68 

26 

22 

Snow,  levelling  same  on  public  streets  :  — 
Labor        ....    $1,843  17 

.      1,063  27 


Teaming 


36  25 


9,674  87 


182  87 


1,356  92 


2,906  44 


Amount  carried  forward^ 


$51,308  93 
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Amount  brought  forward,  $51,308  93 

Washington    street,  from   Winship  street  to 

Oak    square,     resurfacing     macadamized 
'   roadway  :  — 

Labor        ....       $950  17 


2,071  89 


Teaming    . 

•                   •                   • 

827 

65 

Crushed  stone 

•                   •                   • 

255 

52 

Gravel 

•                   •                   • 

widening, 

38 

55 

Washington    street, 

near    Lake 

street :  — 

Labor 

... 

$328 

87 

Teaming    . 

... 

141 

38 

Crushed  stone 

... 

43 

04 

513  29 


Wicklow  street,  grading  and  gravelling  :  — 
Labor  ....  $2,071  02 
Teaming    .  .  .  .      2,658  34 

Gravel       .         .         .         .         330  15 


5,059  51 


$58,953  62 


Sprinkling   Streets. 

Cambridge      street,        between 

Washington  street  and  Beacon 

park  ;  Chestnut  Hill   avenue, 

between      Washington       and 

Union    streets ;     Washington 

street,     between     Lake     and 

Shepard  streets      .         .         .    $1,225  50 
Ashford   street ;   Beacon    street, 

between  Chestnut-Hill  avenue 

and  Brookline  line  ;  Brighton 

avenue ;     Cambridge     street ; 

between     Beacon     park    and 


Cambridge  bridge ;  Chester 
street ;  Chestnut  Hill  avenue, 
between  Union  street  and 
Brookline  line ;  Englewood 
avenue ;  Everett  street,  be- 
tween Lincoln  street  and 
Western  avenue ;  Franklin 
street ;  Gardner  street ;  Gor- 


Amounts  carried  forward,  $1,225  50  $58,953  62 
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Amounts  brought  forward, 
don  street ;  Harvard  avenue  ; 
Kendrick  street ;  Lincoln 
street ;  Linden  street ;  Mans- 
field street ;  Market  street ; 
North  Beacon  street ;  North 
Harvard  street ;  Oakland 
street ;  Parsons  street ;  South 
street ;  Sparhawk  street ;  Tre- 
mont  street ;  Washington 
street,  between  Shepard  street 
and  Brookline  line  ;  Washing- 
ton street  between  Lake  street 
and  Oak  square  ;  Western  av- 
enue :  Wick  low  street    . 


$1,225  50  $58,953  62 


,945  07 


9,170  57 


Amount  expended  in  Brighton 


$68,124  19 


CHAKLESTOWN. 


paving    with 


Bow     street, 
blocks  :  — 
Labor 
Teaming 
Surveyor 
Pavers'  bil 
Brick 
Blocks 
Edgestone 
Lumber 
Gravel 
Sand 
Cement 

Chelsea   street, 
Foss    street, 
blocks  :  — 

Labor 

Teaming    . 

Surveyor  . 

Pavers'  bills 

Brick 

Blocks 

Edgestone 


Amounts  carried  forward, 


small    granite 


$669  03 

554  88 

53  00 

739  15 

173  18 

*,446  70 

142  88 

8  37 

407   16 

47  75 

7  50 


between    City    square    and 
paving   with    small   granite 


$920  38 

566 

78 

42 

00 

730 

58 

122 

79 

3,203 

88 

193 

24 

,249  60 


»,779  65 


;,249  60 


Eeport  of  Sup't  of  Streets. 


Amounts  or  ought  forward, 


$5,779 

65 

645 

09 

419 

12 

6 

00 

51 

16 

Flagging 
Gravel 
Cement 
Sand 


Chestnut    street,    resurfacing    macadamized 
roadway :  — 

Labor        ....  $55  70 

Teaming    ....  47  56 

Gravel       ....  23  98 


Cross  street,  resurfacing  macadi 

xmized  road- 

way  :  — 
Labor 

•                   • 

.       $189  26 

Teaming    . 

•                   • 

63  21 

Gravel 

•ading  and 

38  36 

Dunstable  street,  gi 

paving  with 

granite  blocks  :  — 

Labor 

.                   . 

$738  21 

Teaming    . 

•                   • 

383  76 

Surveyor  . 

•                   • 

39  00 

Pavers'  bills 

#                   , 

630  67 

Brick 

•                   • 

241  38 

Blocks 

•                   ♦                   < 

2,671  46 

Edgestone 

#                   . 

549  66 

Flagging   . 
Lumber     . 

•                   •                   i 

60  49 
27  20 

Gravel 

•                   •                   « 

564  48 

Sand 

valks,    not 

39  22 

Fences  and   plank-i 

included   in 

work  enumerated 

elsewhere  : 

Labor 

•                                   •                                   A 

$93  65 

Lumber     . 

•                                   •                                    • 

102  60 

Mason  street,  grading,  macadamizing,  fur- 
nishing and  setting  edgestones,  paving 
gutters  and  sidewalks  :  — 

Labor 

Teaming1    . 

Pavers'  bills 

Brick 

Blocks 


Amounts  carried  forward 


$59 

80 

33 

61 

37 

90 

41 

95 

7 

70 

65 
,249  60 


6,901  02 


127  24 


290  83 


5,945  53 


196  25 


$180  96 


,710  47 
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Amounts  brought  forward, 

$180  96 

$19,710  47 

Edgestone 

126  00 

Gravel 

3  90 

Sand 

5  12 

315  98 

Mt.  Vernon  street,  resetting  edgestones,  re- 

paving  gutters  and  sidewalks 

5,  and  resur- 

facing  macadamized  roadway 

:  — 

Labor 

.       $455  38 

Teaming    . 

222  96 

Stone  chips 

7  00 

Brick 

95  36 

Blocks 

57  77 

Gravel 

99  74 

Sand 

46  04 

984  25 

Park  street,  resurfacing  macadamized  road- 

way :  — 

Labor 

.       $248  95 

Teaming    .... 

152  28 

Crushed  stone    . 

200  00 

Brick         .... 

18   15 

Gravel       . 

23  02 

642  40 

Repairing  sidewalks,  not  incluc 

led  in  work 

enumerated  elsewhere  :  — 

Labor        .... 

$1,414  00 

Teaming    .... 

346  50 

Brick         .... 

560  06 

Lumber     .... 

18  24 

Gravel       .... 

120  00 

Sand          .... 

231  07 

2,689  87 

Repairing    streets,    not    include 

id    in   work 

enumerated  elsewhere :  — 

Labor        .... 

$8,303  70 

Teaming    .... 

3,164  00 

Stone  chips 

2  60 

Blocks       .... 

189  36 

Gravel       .... 

1,092  64 

Cement      .... 

7  50 

12,759  80 

Retaining- walls  :  — 

Labor         .... 

$4  50 

Cement     .... 

4  50 

9  00 

Amount  carried  forward, 

$37,111  77 

Report  of  Sup't  of  Streets, 

Amount  brought  forward, 
Rutherford  avenue,  between  Chapman  and 
Dunstable     streets,     paving    with     small 
granite  blocks  :  — 


Labor 
Teaming    . 
Surveyor  . 
Pavers'  bills 
Brick 
Blocks 
Edgestone 
Flagging   . 
Lumber     . 
Gravel 
Sand 


11,528  73 

857  44 

55  50 

1,121  97 

82  52 

6,293  48 

436  78 

38  61 

4  90 

1,366  36 

25  58 


Sidewalks,    edgestones,   and    gutters,  new, 
not  included   in   work   enumerated    else- 
where :  — 
Labor 


Jl^J<XKJ\J  L                     •                       • 

Teaming    . 
Pavers'  bills 

49  32 
5  47 

Brick 

342  17 

Edgestone 
Lumber     . 

36  03 
9  89 

Sand 

37  52 

Snow,  levelling  same  on  public  streets  :  — 
Labor        ....    $3,076  90 
Teaming    ....      1,544  95 


67 
$37,111  77 


11,8}1  87 


711  89 


4,621  85 


$54,257  38 


Sprinkling  Streets. 

Alford  street  ....  $150  00 
Jenner  street    .  .  .  .  10  00 

Rutherford     avenune,     between 

Chapman      and      Cambridge 

streets 395  95 


555  95 


Amount  expended  in  Charlestown 


$54,813  33 
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MISCELLANEOUS. 

Advertising $1,39184 

Arnold,  Joseph,  use  of  land  on  Park  street, 

West   Roxbury,    for    drainage,    April    1, 

1881,  to  April  1,  1882    .... 

Carriage-hire  for  Committee  on  Paving 
Clerk-hire  ...... 

Damage  to    vessel   at   Paving    Department 

wharf,  Charles  street       .... 

Dredsrinof  docks  ..... 

Engine,  boiler,  and  screen,  for  crusher,  Rox- 
bury      ....... 

Engine-house,  Roxbury       .... 

Horses,  carts,  wagons,  harnesses,  blankets, 

repairs  on  vehicle,  etc.  .... 
Land  on  Chelsea,  Marion,  and  Paris  streets, 

East  Boston,  for  Paving  Department 
Ledge  lot,  Chestnut  Hill  avenue,  Brighton  . 
Professional  services  of  Dr.  Joseph  Williams, 

examining  child  injured  by  a  city  team  . 
Printing  and  stationery  .... 
Refreshments  for  Committee  on  Paving   of 

the  Board  of  Aldermen  .  .  .  .  114  75 

Refreshments  for  Committee  on  Paving   of 

the  Common  Council       ....  43  55 

Rent  of  telephones  and  repairs  on  lines        .  1,506   14 

Rent  of  land,  Boylston  street,  Oct.  1,  1881, 

to  Jan.  1,  1882 250  00 

Rent  of  land  for  yard,  East  Boston      .  .  1,078  18 

Repairs  on  scales,  Paving  Department  wharf, 

Charles  street  .  .  .  .  .  123  38 

Repairs  on  public  pump,  corner  River  and 

Washington  streets,  Dorchester       .  .  13  05 

Repairs  on  stables,  shops,  etc.     .  .  .  588  41 

Repairs  on  stone-crushers  and  steam-rollers,  806  18 

Repairs  on  Paving   Department  wharf,  Al- 
bany street     ......  4,055  23 

Repairs  on  Paving  Department  wharf,  Med- 

ford  street,  Charlestown  .  .  .  1,213  26 

Setting  stone  bounds  for  surveyors       .  .  6  86 

Sods,  loam,  etc.,  corner  Huntington  avenue 

and  West  Newton  street  .  .  .  61   21 

Steam-roller 1,500  00 

Steam-roller  house     .         .         .         .         .  62  65 


75 
169 

6,887 

00 
00 
00 

250 
2,275 

00 
00 

1,868 
1,043 

39 

69 

6,865 

41 

20,000 
30,000 

00 
00 

2 
714 

00 
06 

Amount  carried  forward,  $82,964  24 


Report  of  Sup't  of  Streets, 

Amount  brought  forward, 
Stock  of  blocks,  brick,  edgestones,  gravel, 

sand,  and  ledge-stone,  purchased  during 

the  year,  on  hand    ..... 
Street-sisfns  and  numbering  streets 
Surveyors'  plans  of  streets,  for  use  of  office, 
Superintendent's  salary,  1882 
Taxes  on  land  in  town  of  Everett  . 
Taxes  on  estate  No.  2  Curve  street,  for  the 

year  1882,  refunded  .... 
Trees  on  Waltham  street  and  Berwick  park, 
Tools,  City  Proper,  South  and  East  Boston 
Tools  and  horse-shoeing,  Roxbury 
Tools  and  horse-shoeing,  Dorchester 
Tools,  West  Roxbury 
Tools,  Brighton 
Tools,  Charlestown 

Total  miscellaneous  expenditures . 


69 

$82,964 

24 

10,974 

79 

1,963 

87 

295 

50 

4,000 

00 

33 

88 

49 

83 

34 

00 

6,149 

03 

3,711 

31 

2,439 

85 

1,853 

55 

978 

52 

1,080 

79 

$116,529 

16 

GRADE     DAMAGES.— EXECUTIONS     OF     COURT 
AND   AWARDS   OF   COMMITTEE   ON   CLAIMS. 


Boston  Wharf  Co.,  execution  of  Superior 
Court  for  damages  caused  by  the  laying 
out  of  A  street  and  Eastern  avenue 

Bancroft,  Mary  E.,  grade  damages,  No.  9 
North  avenue,  Dorchester 

Brown,  Samuel  H.,  grade  damages,  No.  11 
North  avenue,  Dorchester 

Campbell,  John,  grade  damages,  No.  146 
Tyler  street    ...... 

Carter,  Elisha's,  Heirs,  grade  damages,  No. 
148  Tyler  street 

Fox,  Annie  M.,  grade  damages,  Union  ave- 
nue, West  Roxbury         .... 

Hall,  George  E.,  grade  damages,  Warren 
street,  opposite  Grove  Hall 

Haynes,  James  G.,  grade  damages,  Nos. 
151,  153,  155,  157,  and  159  Tyler  street, 

Herlihy,  Patrick,  grade  damages,  No.  147 
Tyler  street    ...... 


$15,153  53 

550  00 

550  00 

1,250  00 

1,200  00 

200  00 

300  00 

8,878  00 

3,250  00 


Amount  carried  forward, 


$31,331  53 


70  City  Document  No.  47. 

Amount  brought  forward,  $31,331  53 

Johnson,  Mary  W.,  purchase  of  estate  No. 

23  Curve  street,  to  settle  grade  damages  .  3,300  00 

Lewis,  Stephen  L.,  grade  damages,  No.  7 

North  avenue,  Dorchester         .  .  .  550  00 

Lightbody,  Sarah  B.,  award  of  Committee  on 
Claims,  for  injuries  received  on  account  of 
an  alleged  defect  in  Sumner  street,  East 

Boston 200  00 

Locke,    Lyman,    award    of   Committee   on 

Claims,  on  account  of  injuries  to  his  wife 

and  vehicle,  caused  by  an  alleged  defect  in 

Commercial  street,  Dorchester 

Maloney,  Ann,  grade  damages,  rear  No.  97 

West  Fifth  street    .  . 

Maloney,  Ann,  trustee,  grade  damages  rear 

No.  97  West  Fifth  street 
McLaughlin,  Edward  and  Emma,  grade  dam- 
ages, Nos.   615,  625,  645,  and  683  Sara- 
toga street     ...... 

Murphy,  Mary,  grade  damages,  No.  97  West 
Fifth  street     ...... 

Norton,  Bernard,    grade    damages,    Quincy 

street,  corner  Cherry  street 
Bietzel,  Emilie  Matilda,  execution  issued  by 
Superior  Court  for    damages  for   injuries 
caused  by  an  alleged  defect  in  Shawmut 
avenue  ...... 

Russel,  Elijah,   grade   damages,  Nos.    150, 

154,  156,  and  158  Tyler  street 
Schmolz,  Frederick,  grade    damages,    East 

Second  street,  near  P  street     . 

Sias,  Abby  O.,  grade  damages,  Ellery  street, 

Smith,  William,    award    of  Committee    on 

Claims  for  injuries  to  his  daughter  caused 

by  an  alleged  defect  in  East  First  street, 

Spence,  R.  L. ,  grade  damages,  No.  160  Tyler 

street  and  21  Curve  street 
Sullivan,    Barry,  award    of  Committee     on 
Claims  for  damages  to  his  vehicle  caused 
by  an  alleged  defect  in  Dorchester  avenue, 
Sullivan,   Simon,  grade  damages,  No.    312 
Bolton  street  ..... 

Sutter,  Hales  W.,  Executor,  grade  damages, 
No.  149  Hudson  street    .... 

Amount  carried  forward, 


100 

00 

200 

00 

200 

00 

600 

00 

250 

00 

700 

00 

1,151 

50 

6,000 

00 

500 

00 

100 

00 

50 

00 

2,400 

00 

41 

00 

275 

00 

2,350 

00 

$50,299 

03 
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Amount  brought  forward, 

Waters,  Ann,  grade  damages,  No.   201  Al- 
bany street    ...... 

Wise,  John,  grade  damages,  No.  152  Tyler 

oLlvcL       ....... 


$50,299  03 
3,000  00 
1,250  00 


Amount  expended  for  grade  damages,  etc.   .  $54,549  03 


City  Proper 
Roxbury    . 
South  Boston 
East  Boston 
Dorchester 
West  Roxbury 
Brighton    . 
Charlestown 


RECAPITULATION. 

$355,603  94 

101,441  15 

78,605  10 

45,968  40 

104,185  87 

108,730  97 

68,124  19 

54,813  33 


Miscellaneous     ...... 

Grade  damages,    Executions  of  Court,   and 
Awards  of  Committee  on  Claims 


Charged  to  appropriation   for 

Paving,  etc.  .        .  .  $1,048,095   14 

Charged  to  appropriation  for 

Broadway  Extension .  .  35,469  41 

Charged  to   appropriation  for 

Improved  Sewerage  .  4,986  59 


The  amount  appropriated  for 
Paving,  etc.,  for  the  finan- 
cial year  1882-3,  was 

Total  expenditures  to  January  1,  1883 

Balance  of  appropriation  unexpended  Jan- 
uary 1, 1883    


$917,472  95 

116,529  16 

54,549  03 

[,088,551  14 


1,088,551  14 


$1,100,000  00 
933,656  17 


$166,343  83 


The  amount  of  bills  for  edgestone,  constructing  sidewalks, 
manure,  etc.,  lodged  with  the  City  Collector  during  the  year 
1882,  was  $40,886.96. 

The  amount  paid  into  the  City  Treasury  during  the  same 
period,  and  credited  as  having  been  paid  in  by  the  Paving 
Department  on  account  of  work  done  by  said  department, 
was  $35,320.03. 
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Schedule  showing  to  ivhom,  and  for  what  purposes,  the  amount  expended 
by  the  Paving  Department  has  been  paid. 


Adams  Brothers,  cotton-waste 

Alden,  E.  G.,  &  Co.,  lard  oil    . 

American  Steam  Packing  Co.,  packing  for  en 

Ames  Plow  Co.,  plows,  etc.     . 

canal-barrow  travs 


Andrer,  Mary  T.,  teaming 
Andrews,  D.  H.,iron  bridge,  Blakemore  street 
Arnold,  Joseph,  use  of  land  for  drainage 
Attridge,  Michael,  teaming 
Atwood,  S.  R.,  oil-stove    . 
Austin,  A.  W.,  gravel 
Ayer,  John  F.,  lumber,  etc. 
Ayers,  Mel vin  D.,  lumber,  etc.         .         .         .     $889  35 
building  fence     .         .         .         22  50 

Bagnall  &  Loud,  metallic  bush,  sheave,  and  p 
Baldwin  &  Emerson,  flagging 
Bamrick,  John  T.,  teaming 
Bancroft,  Mary  E.,  grade  damages  . 
Barber,  Nicholas,  teaming 

Barr,  Michael,  teaming $2,732  25 

use  of  cart        .         .         .         .         10  00 

Bartlett,  C.  L.,  teaming   . 

Bartlett,  Henry,  earth 

Bates,  Martin,  &  Sons,  buffalo  robes 

Beacon  Hill  Reservoir,  granite  flagging  .         .     $289  05 

stone  chips  .  .  .  523  93 
stone  ....  1,322  67 
concrete  .  .  .  260  57 
edgestone     .        .        .       219  00 

Bean,  Benj.  F.,  stone 
Beattie,  James,  teaming  . 
Beckford,  C.  H.,  teaming 
Beckwith,  H.  W.,  &  Co.,  carriage-hire 
Behan,  John,  teaming 
Berry,  Christian,  teaming 
Bird,  J.  A.  &  W.,  &  Co.,  wheel-grease 
Blake  &  Co.,  teaming 
Blake,  F.  D.,  use  of  horse         .         .         .  $38  00 

bay  horse 150  00 

Bly,  Charles  L.,  telephone  supplies 

Bonner,  Daniel,  teaming  . 

Bonner,  Dennis,  teaming 

Bonner,  James,  teaming  . 

Bonner,  James  H.,  teaming 

Bonner,  Patrick,  teaming 

Boston  &  Albany  Railroad  Co.,  gravel 

Boston  &  Providence  Railroad  Co.,  freight  on  castings, 

Boston  Beer  Company,  teaming 

Boston  Catholic  Cemetery  Association,  stone 

Amount  carried  forward, 


gines 

$58  32 
69  00 


$20  52 

112  48 

16  69 


127  32 

19  80 

3,746  46 

75  00 

732  25 

9  50 

94  35 

234  99 


911  85 

2  16 

2,689  05 

421  75 

550  00 

40  00 


2,742  25 

755  50 

30  80 

69  00 


2,615  22 

194  76 

44  00 

1,096  50 

15  00 

375  25 

7  00 

22  09 

1,263  60 


188  00 

51  75 

702  75 

653  25 

9C5  50 

113  00 

1,681  50 

4,924  80 

4  73 

12  00 

126  85 

$28,399  27 
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Amount  brought  forward, 
Boston  Courier,  advertising 
Boston  Daily  Advertiser,  advertising 
Boston  Machine  Co.,  rubber  gaskets 
Boston  Transcript  Co.,  advertising  . 
Boston  Wharf  Co.,  amount  of  execution  issued  by  Supe 

rior  Court       ..... 
Boston  World,  advertising 
Boyd,  James,  &  Sons,  harness,  repairs,  etc. 
Boyd,  John  S.,  plumbing-work,  etc. 
Boynton  Brothers,  dredging  docks  . 
Boy n ton,  Leslie,  brown  mare  ....     $225  00 
light  bay  horse      .         .         .300  00 


Bradford  &  Anthony,  tapes 

Bradford,  Mrs.  S.  D.,  hay 

Bradley,  John,  teaming    . 

Braman,  G.  T.  W.,  trustee,  rent  of  land 

Braman,  Dow,  &  Co.,  repairing  roller 

Brannan,  Thomas,  teaming 

Brennan,  James,  teaming 

Brennan,  Michael,  teaming 

Brennan.  Thomas,  teaming 

Bridge  Department,  second-hand  piles 

Brookline  Gas-Light  Co.,  gas  for  stable 

Brophy,  Michael,  teaming 

Brown  &  Mcintosh,  beach-gravel     . 

Brown,  I).  A.,  powder  and  fuse 

Brown  L.  L.  Paper  Co.,  printing-stock 

Brown,  Samuel  H.,  grade  damages 

Bryan,  John,  teaming 

Bryant,  John,  repairing  carts  . 

Buckley,  John,  teaming  . 

Buckley,  Mary,  teaming  . 

Bunker  Hill  Times,  advertising 

Burditt  &  Williams,  hardware 

Burnett,  M.  J.,  teaming  . 

Burnham,  Choate,  &  Son,  wharfage  on  blocks  and  sand 

Burns  John,  earth     .... 

Burns,  Patrick,  teaming  . 

Bustin,  W.  H.  horse-collars 

Butchers1  Slaughtering  and  Melting  Association,  nea^s 

foot  oil  . 
Butterfield,  W.  H.,  mason-work,  etc. 
Caine,  Patrick,  teaming    . 
Caldwell,  F.  &  K.  W.,  repairs  on  carts,  etc. 
Callahan,  E.,  sharpening  tools,  shoeing,  etc 
Callahan,  Michael,  setting  glass 
Calnan,  P.  J.,  watering    . 
Campbell,  Frank,  horse-hire    . 
Campbell,  John,  grade  damages 
Cape  Ann  Granite  Co.,  paving-blocks 

Carbis,  George,  teaming $6,226  26 

paving-blocks  .         .         .    2,881  02 


Carey,  Michael,  teaming  . 
Cargill,  Thomas,  beach-gravel 
Carter,  Elisha,  Heirs,  grade  damages 

Amount  carried  forward, 


$28,399  27 

56  00 

62  00 

9  00 

106  88 


15,153 

103 

92 

37 
1,150 


525 

49 

151 

430 

£50 

1 

3 

75 
290 
229 
205 

76 

147 

1,124 

113 

16 
550 

59 

87 

21 

745 

6 

67 
355 
250 

48 
350 

13 


53 

80 
88 
67 
00 


00 
92 
32 
50 
00 
20 
75 
25 
50 
25 
00 
25 
00 
48 
80 
30 
00 
50 
63 
00 
50 
00 
49 
25 
20 
80 
00 
00 


26  45 

72  32 

78  75 

18  60 

246  19 

1  20 

10  00 

725  00 

1,250  00 

24,254  09 


9,107  28 

126  00 

26,694  72 

1,200  00 

$115,225  52 
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Amount  brought  forward, 
Carter,  Harris,  &  Havvley,  stable  supplies 

telephone  supplies 

Carter,  Rice,  &  Co.,  printing-stock,  etc. 
Carroll,  Daniel,  shoeing  . 
Casey,  John,  earth  .... 
Cassidy,  John  E.,  gravel 
teaming 

Cavanagh,  Terry,  teaming 
Cawley,  Dennis,  Jr.,  beach-sand 
Chadwick  Iron  Works,  iron  fence-posts 
Chamberlain,  H.  B.  &  W:  O.,  metallic  numbe 
Chamberlin,  H.  B.,  repairs  on  carts 
Chapin,  Judson,  hay 

stone 

gravel    . 

Chick  &  Pierce,  teaming  . 

Clark,  Daniel,  watering  by  contract 

water 

teaming     . 

Clark,  Milton,  steam-roller  and  carting 
Clarke,  Albert,  advertising 
Clifford,  Guy  A.,  stone     . 
Cobb,  Samuel  T.,  &  Co.,  advertising 
Cobleigh,  Benj.  F.,  teaming 
Coffee,  James,  teaming    . 
Cofran,  S.  M.,  brick 
Cogswell,  J.  A.,  repairs  on  harness 
Cole,  George  S.,  naphtha 
Collins,  James,  gravel 
Collins,  James,  teaming  . 
earth 

Collins,  J.,  and  O'Riordon,  P.,  earth 
Collins,  Michael,  shoeing 
Collins,  P.  S.,  &  Co.,  shoeing  . 
Conant,  Ezra,  stone 
Condry,  Patrick,  teaming 
Conlon,  J.  P.,  repairs  on  water-pipes 
Connors,  Margaret,  teaming    . 
Conroj',  Patrick,  teaming 
Cook  &  Handy,  watering  by  contract 
water 


Cook  &  Wood,  nails  and  spikes 

Cook,  Rymes,  &  Co.,  picks,  handles,  bolts,  straps,  etc. 

Corcoran,  Charles,  teaming 

Corcoran,  Nicholas,  teaming    . 

Corliss,  Patrick,  teaming 

Coyle,  E.  S.,  building  stone-wall      . 

Coyle,  George,  teaming  . 

Coyle,  George  J.,  teaming 

Coyle,  Joseph  M.,  teaming 

Coyle,  Patrick,  teaming  . 

Amount  carried  forward, 


$151  51 
15  90 


$3,887  37 
375  25 


rs 


$137  87 
25  50 
82  50 


$1,102  00 
20  00 
83  25 


$423  65 
110  80 


$3,052  50 
45  00 


75 
$115,225  52 


167  41 
75  57 
34  11 

72  40 


4,262  62 
12  50 

3,490  69 
84  00 
21  60 
75  85 


245  87 
31  50 


1,205  25 

1,509  00 

31  00 

6  50 

11  40 

4  25 

271  25 

84  00 

69  15 

185  85 

579  60 


534  45 

177  30 

193  60 

83  88 

97  84 

437  50 

9  09 

299  25 

118  25 


3,097  50 

132  47 

215  94 

45  50 

196  00 

734  00 

400  35 

9  00 

849  00 

437  50 

203  75 

$136,029  06 
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Amount  brought  forward, 
Craffey,  Martin,  shoeing  . 
Crafts,  Henry's  Sons,  sand,  etc 
Crimmings,  Dennis,  earth 
Cronin,  Daniel,  earth 
Crosby,  G.  W.  F.,  paving 
Crowley,  Cornelius,  earth 
Crowley,  John,  earth 

teaming  . 

Crowley,  John  C,  teaming 
gravel 
cinders 
sand    . 

use  of  land  in  East  Boston 
land    purchased     in     East 
Boston    to  be    used  as 
Paving  yard    . 


Cuddihy  &  German,  flagging  . 
Cullithan,  Michael,  earth 
Cummings,  W.  S.,  teaming 
Cunningham,  Michael,  teaming 

earth   . 

Curley,  Thomas,  teaming 
Curry  &  Woodbury,  shoeing    . 
Curry,  John  E.,  shoeing  . 
Curtis,  A.,  water      .... 
Curtis,  George,  lumber,  etc.    . 
Curtis,  H.  C,  lumber,  etc. 
Cutter,  Chas.  R.,  horse-medicine,  etc. 
Dacey,  C.  F.,  teaming 
Dailey,  E.  W.,  teaming   . 
Daley,  Peter,  teaming 
Danielson,  Gustof,  repairs  on  carts  . 
D'Arcyife  Atwood,  watering  by  contract 
Darling  &  Stebbins,  cement     . 
Davenport,  S.  N.,  gravel . 
stone    . 


$2  80 

47  25 

985  00 

1,803  54 

1,059  00 

266  73 

1,078  18 


20,000  00 


$246  75 
2  80 


$136,029  06 

54  20 

202  40 

141  00 

67  60 

1,513  82 

391  20 


50  05 


$75  75 
36  00 


Davis  &  Farnum  ManTg  Co.,  castings,  roller-wheels, 
etc.  .         .         

Davis,  Mark  C,  setting  glass  .... 

Davis,  Michael,  teaming  ..... 

Davis,  O.  J.,  piles,  and  carting  same 

Day,  Stephen,  medical  attendance  on  horse     . 

Deacy,  J.  J.,  teaming 

Dean,  B.  W.,  teaming $2,663  15 

earth 382  90 

gravel 665  25 


Dearborn,  C.  E.,  lumber,  etc. 

Decatur,  Geo.  W.,  teaming      ...... 

Dennehy,  Wm.,  teaming  ...... 

Department    of    Weights    and  Measures,   testing   and 
sealing:  scales         ........ 

Derrigan,  Thomas,  teaming 


25,192  45 

660  35 

30  00 

108  50 


249  55 
73  50 
24  75 
12  75 
59  00 
7,598  82 

112  03 
22  27 

669  00 
45  50 

743  50 

43  50 

2,737  50 

99  00 


111  75 

333  19 

1  50 
367  00 
579  00 

2  00 
84  00 


3,711  30 

4,213  77 

164  50 

164  50 

2  21 

108  50 


Amount  carried  forward, 


$186,774  52 
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Amount  brought  forward, 
Derry,  Charles  T.,  use  of  sloop 
Desmond,  Dennis,  teaming 
Devine,  John,  teaming     . 
Devlin,  Patrick,  paving   . 
Dexter  Bros.,  paint  and  oil 
Dewar,  Daniel,  teaming  . 
Dobbratz,  F.,  repairs  on  tools,  shoeing,  etc. 
Dodge,  Gilbert,  &  Co.,  iron,  steel,  etc. 
Doherty  &  McGunnigle,  earth 


teaming 


Doherty,  Henry,  earth     . 
teaming 

Doherty,  Hugh,  earth 
Doherty,  Owen,  earth 

teaming  . 

Doherty,  Patrick,  earth     . 
teaming 


Dolan,  J.  W.,  setting  glass 

Dolan,  Martin,  teaming    . 

Donaher,  Patrick,  teaming 

Donellan,  Michael,  teaming 

Donlan,  Anthony,  teaming 

Donlan,  Michael,  teaming 

Donovan,  John,  screenings 

Donovan,  Timothy,  teaming 

Doody,  Dennis,  teaming  . 

Doolan,  James,  teaming  . 

Doolej-,  Patrick,  earth 

Doonan,  James,  teaming 

Dorchester  Gas-Light  Co.,  gas  for  stable. 

Dorr,  George,  teaming 

Dougher,  Edward,  earth  . 

Dowd,  P.  A.,  repairs  on  telephone  lines 

Downer,  Kerosene  Oil  Co.,  kerosene  oil  and  cans 

Dowling,  James,  hay 

Downing,  John,  teaming 

Doyle,  John,  teaming 

Doyle,  Patrick,  teaming  ■ 


Drury,  James  W. 


teaming 
earth  . 
ashes  . 


Duddy,  Daniel,  shoeing    .... 
Dudley,  C.  F.,  paving      .... 
Dudley,  L.  B.,  lumber       .... 
Dupee,  Geo.,  Inspector  on  paving  Devonshire 
Eager,  Thomas,  teaming 
Eddy,  J.  Lodge,  lumber,  etc.  . 
Elliott,  J.  H.,  calking  Berkeley-street  bridge 
Emond  &  Quinsler,  repairs  on  wagon 
Everett,  town  of,  taxes  on  gravel-lots 
Fahey,  Patrick,  teaming  .... 
Fairbanks,  Brown,  &  Co.,  repairs  on  scales 

Amount  carried  forward, 


$186,774  52 

180  00 

84  00 

187  25 

1,737  58 

177  14 

99  00 

443  49 

1,201  09 

$38  40 

1,685  75 

1,724  15 

$140  40 

259  60 

400  00 
6  40 

$108  90 
205  00 

$98  40 
1,379  75 


$631  00 

3,899  54 

12  40 


street 


313  90 


1,478  15 

3  00 

10  50 

61  25 

150  50 

294  00 

669  25 

24  38 

127  75 

168  00 

3  00 

460  40 

1,017  75 

14  10 

1,150  25 

39  60 

12  50 

8  49 

317  37 

81  00 

267  00 

912  75 


4,542  94 

7  65 

607  77 

4  00 

98  00 

31  50 

2,570  62 

415  12 

35  00 

33  88 

266  00 

121  17 

$209,333  16 
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Amount  brought  forward, 
Fairbanks,  J.  L.,  &  Co.,  stationery,  etc 
Fall,  Herbert  S.,  teaming 
Fallon,  John  1).,  teaming 
Fallon,  Patrick,  teaming 
Fandel.  John,  repairing  stove,  etc.  . 
Farrell  Foundry  and  Machine  Co.,  rotary  screen 

toggle-block,   etc 


Farrington,  Chas.  S.,  tallyman 
Farwell,  Geo.  R.,  teaming 
Faunce,  C.  B.,  teaming    . 
earth 

ashes 


Felton,  B.  W.,  hardware,  repairs  of  stove,  etc 
Fenno,  J.  P.,  &  Co.,  grain,  etc. 
Ferry  Department,  tolls   . 
Field,  H.  E.,  tallyman 
Fineran,  William,  teaming 

watering  by  contract 

Finnerty,  Patrick,  No.  1,  teaming    . 
Finnerty,  Patrick,  No.  2,  teaming    . 
Fisher  heirs,  gravel  .... 
Fitz,  N.  E.,  &  Co.,  wharfage  on  blocks 
Flint,  Walter  H.,  teaming 
Flynn,  Michael,  teaming . 
Flynn,  Peter,  earth  .... 
Flynn,  Philip  G.,  teaming 
Fogarty,  Edward  S.,  teaming  . 
Ford,  Samuel,  teaming     . 
earth 

Foster,  E.  A.,  paving-brick 
Foster,  O.  S.,  paving-brick 
Fottler,  John,  gravel 
Fowle,  Geo.  W.,  stone 
Fowler,  Charles  H.,  gravel 
Fox,  Annie  M.,  grade  damages 
Fuller,  Charles  H.,  estate  of,  teaming 
Fuller,  F.  J.,  paving-blocks 
Fuller,  G.,  &  Son,  lumber,  etc. 
wharfage    . 

Galligan,  James,  teaming 
Galvin,  John,  stone  .... 
gravel 

Galvin,  Michael,  teaming 

Galvin,  William,  teaming 

Gammon,  J.  E.,  wagon-top,  repairs,  etc 

Garragan,  Thos.  J.,  teaming    . 

Gately,  Bridget,  teaming . 

Gately,  John,  teaming 

Gavin,  Peter,  teaming 

Gay,  Andrew,  teaming     . 

Gifford,  Benj.  F.,  salt 

Amount  carried  forward, 


$150  00 
26  22 


$199  50 

115  95 

36  40 


$536  00 
877  50 


.$2,069  75 
708  35 


$909  29 
30  00 


$28  77 
862  50 


$209,333  16 
236  00 

2  50 
504  00 
262  50 

3  45 


176  22 

20  00 

487  80 


351  85 

25  45 

1,325  59 

10  00 

84  00 


1,413  50 

1,435  25 

255  50 

101  00 

116  58 

50  00 

160  25 

10  00 

297  50 

329  25 


2,778  10 

669  90 

4,366  75 

6  50 

200  00 

10  00 

200  00 

908  25 

784  75 


939  29 
476  00 


891  27 
299  25 
190  75 
31  56 
133  00 
308  00 
248  50 
126  00 
190  75 
5  75 

$230,755  72 
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Amount  brought  forward, 
Gifford,  G.  &  E.  H.,  repairs  on  sleigh,  etc 
Gilchrist,  Wm.,  repairs  on  wagon    . 
Gilligan,  James,  stone 
Gilligan,  John,  earth 
Gilligan,  Michael,  earth  . 
teaming 

Gilligan,  William,  earth  . 
teaming 

Ginero,  Joseph,  earth 
Gist,  Samuel,  building  sewer  at  Childs  street 
Glennon,  John,  teaming  . 
Globe  Newspaper  Co.,  advertising  . 
Glynn,  J.  P.,  gravel 
Goldie,  John,  repairs  on  iron  fences,  etc 
Goldsmith,  Geo.  W.,  gravel     . 
Gore,  Coats,  &  Ward,  paving  . 
Gore,  David,  teaming 
Gore,  H.,  &  Co.,  paving  . 
teaming. 

Gore,  William,  teaming  . 
Gormley,  John,  teaming  . 

earth 

sand 

gravel     . 

watering  by  contract 

water 

sodding  . 

screenings 

Goss,  A.,  carriage-hire     . 
Grace,  Patrick,  teaming   . 
stone 

Grant,  S.  M.,  grain,  etc.  . 

Graves,  Anthony,  teaming 

Green,  James,  teaming    . 

Green  John,  teaming 

Guidet,  Charles,  paving-blocks 

Guild,  Curtis,  &  Co.,  advertising     . 

Haffenreffer  &  Co.,  earth 

Haley,  Michael,  teaming  . 

Hall, Aaron  A.,  teaming  . 

use  of  buggy     . 

Hall,  D.  W.,  gravel. 

stone   .... 


Hall,  Geo.  E.,  grade  damages. 

Hall,  Lewis,  use  of  buggy 

Hall  &  Whipple,  refreshments  for  committee 

Hall  Rubber  Co.,  rubber  boots 

Hallowell  Granite  Co.,  stone  chips  . 

Halma,  H.  P.,  canvas  conductor  for  watering-cart 

Amount  carried  forward, 


$684  05 
418  25 

$2,516  10 
244  00 


stable 


$5,297  57 
493  00 


$88  50 

1,537  00 

59  75 

1,065  20 

487  50 

21  20 

61  21 

221  26 


$4,373  75 
34  13 


$4,251  73 
24  00 

$1,066  60 
16  96 


$230,755  72 

5  01 

14  00 

88  15 

271  60 


1,102  30 


2,760  10 

2  80 

46  40 

29  75 

129  09 

12  26 

113  88 

63  57 

1,363  04 

1,918  00 


5,790  57 
60  00 


3,541  62 
8  00 


4,407  88 

582  71 

148  25 

180  25 

31  50 

9,722  04 

50  00 

9  75 

359  20 


4,275  73 


1,083  56 
300  00 
6  00 
42  25 
4  20 
9  60 
3  50 

$269,292  28 
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Amount  brought  forward, 
Ham  &  Carter,  flagging  . 
cement     . 
lime 

paving-brick 
drain-pipe 


Haney,  Thomas,  medical  attendance  on  horses 

Hannon,  Timothy,  teaming 

Hannon,  William,  teaming 

Harmon  John  W.,  repairs  on  level  . 

Harrington,  C.  F.,  tallyman    . 

Harrington,  Daniel,  earth 

Harris,  Charles,  services  as  superintendent 

Harris,  W.  L.,  stone         .... 

Hart,  Patrick,  teaming      .... 
watering  by  contract 
stone  ..... 

Hayes,  P.  W.,  earth  .... 

Hayes  &  Burk,  repairs  on  Albany-st.  wharf 
building  bulkhead    . 

Haynes,  James  G.,  grade  damages  . 
Healy,  Thos.  P.,  repairs  on  carts 
Henderson,  P.  H.,  repairs  on  wagons,  etc. 
Hennessy,  W.  D.,  teaming 
Herlihey,  Dennis,  teaming 

earth    .... 

Herlihey,  Patrick,  grade  damages    . 
Hews,  T.  S.,  teaming  iron  railing,  etc.    . 
Higgins,  John,  teaming  .... 
Higgins,  Peter,  stone  chips 
Hill  &  Langtry,  leather,  etc.    . 
Hills,  Stephen,  Heirs,  stone 
Hoi  brook  &  Fox,  wharfage  on  gravel 
Holland  John,  earth  .... 

Hosmer,  Crampton,  &  Hammond,  hay     . 
Houghton,  Joseph,  grain,  etc.  . 
House  of  Industry,  edgestone   . 

paving-blocks     . 

printing 

Hovey  Publishing  Co.,  advertising  . 
Howe  &  French,  paints    .... 
Howe,  G.  Frank,  earth     .... 
teaming 

Howe,  G.  S.  &  W.  F.,  teaming 

earth  . 
gravel  . 
use  of  horse  . 

Howley,  Mary  Ann,  teaming  . 
Huckins,  P.  S.  &  J.  B.,  lumber 
Hughes,  Michael,  &  Co.,  paving 

Amount  carried  forward, 


$5,001  73 

102  15 

2  35 

1,035  50 

274  59 


$269,292  28 


$2,221  75 
2,604  50 
1,289  07 


$408  20 
3,060  00 


$546  00 
350  70 


$21,229  49 

775  01 

14  83 


$790  37 
281  25 


$4,914  75 
24  05 
11  25 
10  00 


6,416  32 

36  00 

819  75 

294  75 

1  00 

86  00 

76  80 

4,000  00 

10  32 


6,115  32 
96  80 


3,468  20 
8,878  00 

25  00 
151  65 

19  25 


896  70 

3,250  00 

111  62 

138  25 

182  00 

513  88 

2  00 

10  00 

356  00 

82  27 

1,996  40 


22,019  33 
30  60 
19  02 


1,071  62 


4,960  05 
331  50 
908  04 

1,223  46 

$337,890  18 
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Amount  brought  forward, 
Hunt,  Henry  C,  &  Co.,  belting,  hose,  etc. 
Hunt,  Lemuel  T.,  repairs  on  fences 
Inquirer  Publishing  Co.,  advertising 
Jackson,    Nathl.     &     SamL,     purchase     of 

Brighton 

Jamaica  Plain  Gas-Light  Co.,  gas  for  stable 
Jenkins,  Shadrach,  Heirs,  building  fence 
Johnson,  L.  F.,  repairs  on  water-pipes 
Johnson  Mary  W.,  taxes  refunded   . 
grade  damages . 

Johnson,  W.  E.,  2  road  machines     . 

Jones,  McDuffee,  &  Stratton,  lanterns 

Journal  Newspaper  Co.,  advertising 

Kay,  H.  E.,  repairs  on  carts,  etc.     . 

Kelly,  Hannah,  teaming  . 

Kelly,  John,  teaming 

Kelly,  John  F.,  teaming  . 

Kelly,  Patrick,  teaming    . 

Kelly,  Timothy,  teaming  . 

Kendall  &  Roberts,  boiler-orate 

Kenealy,  John,  teaming  . 

Kennard,  John  F.,  services  on  telephone  lines 

Keyes,  James,  teaming    . 

use  of  wharf 

Keyes,  Thomas,  building  fences 
Kidney  &  Libby,  paving  . 
edgestone 

Killion,  Michael,  teaming 
Kilroy,  Michael,  teaming 
earth 

Kilroy,  Thomas,  teaming 
earth 

King,  C.  W.,  teaming 
King,  J.  A.,    teaming 

gravel 

earth    . 

Knox,  C.  H.,  &  Co.,  painting 
Lafferty,  M.,  teaming 

Lally,  Patrick,  &  Co.,  repairs  on  roller,  etc. 
Lally,  Thomas,  teaming  . 
Lanehan,  John,  earth 
Lanesville  Granite  Co.,  paving-blocks 

edgestone  . 

Laughton,  Johanna,  teaming  . 
Lawton,  Thomas  H.,  earth 

teaming-  . 

Learnard,  Saml.  S.,  stone 

Leary,  L.  F.,  teaming 

Learned,  Thompson,  &  Co.,  advertising 

Amount  carried  forward. 


$337,890  18 

. 

327  14 

. 

11  50 

, 

31  05 

ledge-lot 

. 

30,000  00 

, 

54  75 

, 

15  00 

. 

1  00 

$49  83 

3,300  00 

Q  Q1Q  QQ 

0,0^0     Oit 

316  00 

213  08 

140  51 

34  60 

1,170  5,0 

2,941  50 

1,083  00 

560  25 

194  25 

4  75 

394  75 

936  00 

$20  0( 

) 

15  0( 

) 

35  00 
454  79 

56,688  3C 

> 

2,544  8( 

) 

Q  OQ'3  If) 

«7,iSO<J   11/ 

ll)6  25 

$615 
383 

90 
30 

264 
250 

25 

80 

999  20 


515  05 
99  00 

.  $687  00 

964  68 

.  1,106  69 

2,758  37 

. 

55  00 

. 

1,722  50 

.    .    . 

10  57 

. 

339  50 

.    .    . 

272  00 

$27,981  95 

.  2,389  23 

30,371  18 

218  75 

$99  20 

16  80 

116  00 
33  53 

.    .    . 

773  75 

. 

15  00 

$427,858  18 
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Amount  brought  forward, 
Leatherbee,  John  W.,  lumber  . 
Leeds,  Robinson,  &  Co.,  spikes,  etc. 
Leman,  J.  G.,  spikes  and  bolts 
Lewis,  A.  H.,  advertising 
Lewis,  Stephen  L.,  grade  damages  . 
Lewis,  S.  S.,  carpenter-work  . 

Lightbody,  Sarah  B.,  award  of  Committee  on  Claims 
Linnehan,  Charles,  teaming 
Living,  R.  G.,  pick-handles,  etc.      .  .     $120  77 

gravel 1,488  00 

earth 48  00 

Locke,  Lyman,  award  of  Committee  on  Claims 
Lombard,  James  H.,  teaming 
Lombard,  M. 


teaming 
use  of  wagon 


Lombard,  S.  &  R.  J.,  teaming 
Lownsbro  and  Beaudry,  repairs  on  wagon 
Lyman,  A.  R.,  teaming    .... 

Lynch,  Martin,  teaming  .... 

Lynch,  Timothy,  earth     .... 

Lyons,  John  S.,  teaming  . 

Mack,  Michael,  teaming  .... 

Mack,  Thomas,  gravel     .... 

Macomber,  Bigelow,  &  Dowse,  post-spoons,  shovels,  Ian 
terns,  etc.      ...... 

Mahan,  Daniel,  earth       .... 

Mahoney,  Fredk.  &  Co.,  advertising 
Malloy,  Mary,  teaming    .... 

Malone,  Henry,  teaming .... 

Maloney,  Ann,  grade  damages 
Maloney,  Ann,  trustee,  grade  damages  . 
Maloney,  Michael,  teaming 
Manly  &  Cooper,  building  fence 
Martin,  John,  teaming      .... 

Mass.  Horticultural  Society,  damage  to  roof  by  wires 

Masterton,  Robert,  shoeing 

Matthews,  D.  P.,  &  Co.,  teaming  and  labor 

May,  Hugh,  teaming        .... 

Maynard,  J.  E.,  carriage-hire  . 
McAuliff,  C.  E.,  earth      .... 

teaming 


McAuliff,  Patrick,  teaming 
earth    . 


$2,559  00 
5  00 


$68  00 
10  50 


$49  00 
30  00 


McBarron,  John,  &  Co.,  repairs  on  watering-cart    . 
McCarthy,  John,  teaming        ....  $1,270  52 
earth 151  20 


$427,858  18 

2,089  80 

11  63 

130  67 

27  50 

550  Oo 

83  75 

200  00 

1,117  00 


1,656  77 
100  00 
425  00 


2,564  00 

636  25 

3  90 

309  00 

47  50 

127  20 

6  75 

108  50 

37  50 

438  19 
210  40 
31  00 
292  25 
530  25 
200  00 
200  00 
459  75 

500  00 

501  75 
19  50 

187  64 

14  40 

230  00 

146  00 


78  50 


79  00 
7  00 


1,421  72 


McCarthy,  Timothy,  teaming  . 

.$1,970  25 

stone  chips 

300  67 

watering  by  contract 

612  50 

earth 

518  80 

stone 

4  00 

gravel     . 

66  20 

3  179  49 

Amount  carried  forward, 

$447,110  67 
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Amount  brought  forward, 
McCarty,  J  eve.,  teaming 
McCormack,  John,  teaming     . 
McCrackin,  Saml.  F.,  birch-brooms 
McDonald,  John,  Roxbnry,  teaming 
McDonald,  John,  West  Roxbury,  teaming 
McDonald,  Patrick,  teaming     . 
McGovern,  James,  teaming 
McGunnigle,  George,  teaming 
McGunnigle,  John,  teaming     . 
McGuinness,  John  J.,  teaming 
Mcintosh,  John  S.,  gravel 
McKim,  Joseph,  teaming 
McLaughlin,  Dennis  B.,  teaming     . 
McLaughlin,  Ed.  and  Emma,  grade  damages 
McLaughlin,  Hugh,  paving 
McLaughlin,  Timothy,  teaming 
McMauus,  Thomas,  gravel 
earth 

McMorrow,  John,  teaming 
McMorrow,  Patrick,  teaming . 
McMurtry,  Alexander,  teaming 

watering  by  contract 

McNamara,  H.,  shoeing  . 

McNamara,  Michael,  teaming. 

McNeil,  Donald,  removing  blocks  from  dock 

McNulty,  Patrick,  teaming 

McShane,  John,  teaming  . 

Mead,  Frank  W.,  crushed  stone 

Meehan,  Patrick,  sand 

earth 

teaming 

gravel    . 

rent  of  stable 

water  tax 

exchange  in  horse 

Meehan,  P.,  and  Peters  F.  A.,  earth 
Metropolitan  Railroad  Co.,  paving-stone 

car-tickets 


Merrifield,  H.  F.,  shoeing,  etc. 

Mildram,  Samuel,  tools,  and  repairs  on  same 

Mitchell,  Luke,  teaming  .... 

Mitchell,  Michael,  teaming 

Moley,  M/shoeing,  repairs  on  carts,  and  sharpening 

Moley  &  Kay,  shoeing,  repairs  on  carts,  etc. 

Moore,  James,  concrete    .... 

Morong,  E.  P.,  wood-pavement 

Morrison,  Mary,  teaming 

Morss  &  Whyte,  wire  screens,  etc.  . 

Morton,  A.  M.,  &  Co.,  pipe,  labor,  etc.    . 

Morville,  R.  W.,  use  of  land,  West  Roxbury 

Moxon,  Stephen,  earth 


Mullen.  Thomas,  teaming 
stone     . 


Amount  carried  forward, 


$248  66 
12  25 


$1,377  50 
1,225  50 


$1  11 
234  75 
4,722  25 
244  91 
100  00 
6  00 
100  00 


$447,110  67 

56  00 

466  00 

10  00 

223  75 

253  75 

17  50 

75  00 

688  00 

78  75 

77  00 

37  60 

22  75 

509  25 

600  00 

2,179  44 

469  00 


260  91 

77  00 
1,480  50 


2,603  00 

11  63 

143  50 

27  15 

180  00 

91  00 

3,625  00 


$71  75 

100  00 


tools 


$1,430  75 
2  50 


5,409  02 
286  50 


171  75 

12  80 

196  85 

220  50 

31  50 

43  56 

264  07 

207  95 

5,527  69 

568  75 

46  00 

10  95 

60  40 

96  40 


1,433  25 
$475,962  09 
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Amount  brought  forward, 
Mulrey,  John,  teaming     . 
Mulrey,  T.  D.,  gravel 
Munroe,  Otis,  grain,  etc. 
Murphy,  Cornelius,  teaming 
Murphy,  James,  teaming 
earth 

Murphy,  Mary,  grade  damages 

Murray,  Jesse,  teaming    . 

Murray,  John,   teaming   . 

Murray,  Patrick  E.,  teaming    . 

Nawn,  Hugh,  teaming 
earth  . 
gravel 
screenings . 
stone 
stone  chips 


Nawn,  Owen,  teaming 
earth 
gravel 
screenings 
stone  . 
stone  chips 
crushed  stone     . 
watering  by  contract 
sand  . 
building  drain    . 


Nay,  N.  C,  spruce  piles  .... 

New  England  Press  Brick  ManTg  Co.,  paving-brick 

New  Enterprise  Publishing  Co.,  advertising   . 

New  York  &  New  England  Railroad  Co.,  wharfage  on 
edgestone       .         .         . 

Nichols,  John  C,  wharfage  on  blocks 

Norton,  Bernard,  grade  damages     . 

Norton,  Kate,  teaming      .... 

Norton,  Lawrence,  teaming 

Noyes,  J.  &  C.  A.,  labor  and  material     . 

Noyes,  W.  W.,  medical  attendance  on  horses 

Nute,  Orsamus,  watering 

O'Brien  &  Brannan,  paving 

O'Connell,  J.,  labor,  pipe,  etc. 

O'Donnell,  S.  P.  &  Co.,  advertising 

O'Donnell,  Thos.,  labor  and  paint    . 

O'Grady,  Michael,  teaming 

O'Keefe,  Michael,  teaming 

O'Keefe,  Thomas,  teaming        ....  $1,275  75 

earth 890  49 

gravel 62  19 


O'Leary,  Thomas,  teaming 

use  of  horse  and  buggy,  etc 

Olney  Brothers,  oil,  etc. 

O'Neil,  Bridget,  teaming  .... 

O'Neil,  James,  edgestone  corners    . 


$1,674  50 
115  05 


$1,493  25 
343  75 
504  99 
72  68 
642  16 
682  27 

$3,062  43 

3,410  52 

5,487  85 

115  65 

246  99 

544  32 

377  63 

4,079  00 

301  05 

216  00 


$1,543  50 
77  00 


$475,962  09 

741  25 

72  66 

587  04 

282  50 


1,789  55 
250  00 
833  75 
260  75 
155  25 


3,739  10 


25 
33 
50 


17,841  44 

96  48 

511  10 

2  00 

13  50 

120  65 

700  00 

710  00 

5 

2 

71 

24  00 

2,899  52 

10  56 

28  00 

94  81 

137  75 

1,265  25 


2,228  43 


1,620  50 

10  00 

665  25 

108  52 


Amount  carried  forward, 


$513,840  78 
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Amount  brought  forward, 
O'Neal,  Patrick,  agent,  teaming 
O'Reilly,  Matthew,  teaming 
O'Riordan,  Patrick,  teaming 
earth 
sand 
gravel 
screenings 


O'Sullivan  &  Lally,  shoeing     . 

O'Toole,  Patrick,  teaming 

Owners  of  schooner  u  Kate  and  Mary,11  damage  to  vessel 

Packard,  F.  A.,  &  Co.,  printing-stock 

Page,  Bailey  L.,  use  of  land  for  crusher,  W.  Roxbury    . 

Page,  Charles,  J.,  gravel         ....     $407  23 

earth 91  25 

covering-stone    .         .         .         85  50 


Paine,  B.  F.,  powder,  fuse,  etc. 

Parker,  Charles,  teaming 

Parker,  H.  D.,  &  Co.,  refreshments  for  committee 

Parker,  R.  H.,  &  Co.,  paint,  etc. 

Parker,  H.  G.,  advertising 

Parker  &  Gannett,  pails,  pick-handles,  etc 

Parkinson,  Win,,  hay 

Pay-rolls  . 

Payson,  Calvin  B 


paving 

gravel 

services  as  inspector 

building  wall 

rent  of  land  for  pump 

horse-hire   . 

1  set  of  drag-wheels 

2  street  tool-chests 
asphalt  repairing 


Payson  &  Co.,  paving 
gravel 
labor 
horses 

Paul,  J.  F.,  &  Co.,  lumber,  etc. 

Pearson,  Joseph  A.,  buffalo  robe,  repairs 

Perry,  B.,  repairs  on  wagons,  etc.    . 

Pickett,  John  S.,  cleaning  and  painting  wall 

Pierce,  F.  J.,  gravel 

Pierce,  F.  L.,  ma  son- work 

Pierce,  J.  D.,  agent,  painting  wagon 

Pigeon-Hill  Granite  Co.,  paving-blocks 

Pleadwell,  J.,  carpenter-work 

Plumer  &  Co.,  hay  and  straw  . 

Plummer,  J.  P.,  &  Co.,  wooden-ware,  etc 

Post  Publishing  Co.,  advertising 

Powers,  Melvin,  &  Co.,  grain  . 

Priest,  Wm.  R.,  shoeing  . 

Pulsifer,  Jordan,  &  Wilson,  printing-stock 

Pulsifer,  R.  M.,  &  Co.,  advertising 


$4,707 

764 

148 

2,914 

50 


$513,840  78 
356  25 
104  50 


32 
30 
12 
63 

78 


$5,289  52 

3,936  47 

85  00 

605  50 

50  00 

24  00 

40  00 

56   00 

138  00 


8,585  15 

66  57 

152  25 

250  00 

6  35 

51  34 


583  98 

1,112  86 

87  25 

116  05 

4  80 

59  50 

3  14 

107  45 

414,892  65 


.  $4,662  47 

.  1,188  02 

26  00 

515  00 


on  harness,  etc 


Amount  carried  forward, 


10,224  49 


6,391  49 

56  34 

36  40 

21  25 

30  00 

8  64 

64  95 

18  00 

1,687  32 

10  90 

1,656  00 

165  21 

104  37 

20  70 

51  50 

55  98 

149  74 

$961,134  15 
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Amount  brought  forward, 
Quigley,  Wm.  H.,  watering  by  contract  . 
Quincy  Savings-Bank,  gravel  . 
Quinn,  Michael,  teaming 

earth       .... 

Ramsey,  George,  teaming 
Ready,  Joseph  F.,  teaming 
Reardon,  John,  trees,  loam,  etc. 
Reddish,  Michael,  earth    .... 
Reed,  David,  horse-medicine    . 
Republic  Publishing  Co.,  advertising 
Richards,  A.  F.,  &  Co.,  lettering  signs,  etc. 
Richardson  &  McKee,  oak-plank  and  sawing 
Richmond,  A.  C,  labor,  carting,  and  use  of  ( 
Ricker,  B   F.,  &  Co.,  stone 
Riddle,  P.,  E.,  teaming    .... 
Rietzel,  E.  Matilda,  execution  of  Superior  C< 
Riley,  James,  teaming     .... 
Robbins,  J.,  &  Co.,  cement 
Robbins,  Richard,  teaming 
Robinson,  H.  B.,  grain,  hay,  etc.     . 
Robinson,  N.  T.,  teaming 
grain,  etc. 

Robinson,  T.  W.,  harness,  repairs,  etc.   . 
Rockport  Granite  Co.,  paving-blocks 
Rockwell  &  Churchill,  printing 
Rogers,  George  E.,  agent,  teaming 
Rogers,  P.  J.,  stone 
Rogerson,  Thomas,  earth 
Rose,  Robert  R.,  repairs  on  stable 
Rowe,  Joseph  H.,  gravel 

lumber,  etc. 

plow    . 

teaming 

hay      . 

Rowe,  S.  S.,  rent  of  stable 
gas  for  stable 

Roxbury  Gas-Light  Co.,  gas  for  stable     . 
Rumery,  W.  M.,  &  Co.,  mason-work 
Russell,  Elijah,  grade  damages 
Russell,  John,  teaming     .... 
Ryan,  James,  teaming      .... 
earth  .... 

Ryan,  John,  teaming        .... 
RyanM.,  teaming  ... 
Ryan,  Wm.,  teaming 
Sampson,  Davenport,  &  Co.,  directories  . 
Sanborn,  Wm.,  &  Co.,  teaming 
Sargent,  George  B.,  hand-stamp,  ink,  etc. 
Sargent,  W.  P.,  &  Co.,  harness,  etc. 

sleigh  . 

Saturday  Evening  Express,  advertising  . 

Amount  carried  forward, 


$961,134  15 

•      .      • 

150  00 

1,140  00 

'.   $98  OC 

i 

53  60 

> 

151  60 
101  50 

658  75 

64  00 

380  80 

11  75 

17  55 

1,405  29 

2  08 

[errick 

326  18 

44  21 

444  00 

>urt  . 

1,151  50 

245  00 

9  60 

124  25 

1,004  17 

'.     $138  OC 

> 

963  4£ 

1  101  45 

86  40 

5,347  84 

246  43 

346  50 

18  75 

6  00 

3  40 

'.  $168  9i 

; 

65  6C 

> 

14  OC 

> 

.  1,784  5C 

) 

.   258  2S 

> 

9  <>91  25 

.  $360  0( 

) 

18  4( 

) 

378  40 

41  33 

m         # 

31  75 

.    . 

6,000  00 

,    . 

171  25 

.   $10  8( 

) 

214  0( 

) 

224  80 

85  75 

34  65 

150  50 

33  00 

22  50 

8  75 

'.   $86  0( 

) 

100  0( 

) 

186  00 

• 

6  00 

$985,389  08 
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Amount  brought  forward, 
Saunders,  John  S.,  medical  attendance  on  horses 
Saunders,  Wm.,  medical  attendance  on  horses 
Schmolz,  Frederick,  grade  damages 
Scott,  John  A.,  repairs  on  wagons 
Seaver,  E.  R.,  teaming    . 
Sewall  &  Day  Cordage  Co.,  manilla  rope 
Shaw,  Geo.  W.,  carpenter-work 
Shaw,  Josiah,  driving  piles,  etc. 
Shaw,  J.  P.,  lumber,  etc., 
Shay,  Thomas,  setting  glass     . 
Shehan,  Thomas,  teaming 
Shepard,  John  A.,  earth  . 
Sias,  Abby  O.,  grade  damages 
,  horse 

asphalt  paving  and  repairing 

concrete  pavements 


Simpson  Bros. 


$128  00 

13,395  46 

401  75 


$175  09 
91  00 


Simpson,  Patent  Dry  Dock  Co.,  wharfage  on  blocks 

Skinner,  E.  M.,  gravel $100  42 

paving-stone  .         .         .         .         16  80 

Slack,  Charles  W.,  advertising 
Slocum,  W.  H.,  pasturage 
Smith,  Clark,  teaming      .... 
Smith,  G.  W.  &  F.,  paint,  labor,  etc. 
Smith,  James  S.,  earth     .... 
teaming 

Smith,  J.,  &  Co.,  horse-clothing 

Smith,  John  T.,  &  Co.,  repairs  on  wagon 

Smith,  Wm.,  award  of  Committee  on  Claims 

Smith  &  Nevens,  water    .... 

Snow,  C.  H.  &  E.,  exchange  of  horses    . 

Soule  &  Bugbee,  copy  "  Statutes  of  Mass." 

South  Boston  Iron  Co.,  crusher-plates,  etc. 

South  Boston  Ice  Co.,  ice 

South  Boston  Savings-Bank,  gravel 

Sowdon,  Philip,  Jr.,  watering  by  contract 

Speare,  Gregory,  &  Co.,  kerosene  oil 

Spence,  R.  L.,  grade  damages 

Spencely,  C.  J.,  earth       .... 

Sprague,  Geo.  W.,  estate  of,  paints,  setting  gl 

Spaulding  &  Tewksbury,  stationery 

Stanton,  M.  E.,  water       . 

Star  Newspaper  Co.,  advertising 

Stearns,  Albert,  broom-stuff     . 

Stearns  &  George,  telephone  supplies 

Stetson,  A.  M.,  &  Co.,  lumber,  etc. 

spruce  blocks 

sand 

Stinson,  John,  wharfage  on  gravel  . 

gravel       .... 

St.  Mary^  Infant  Asylum,  stone 
Stoddard,  E.  B.,  hardware,  etc. 

Amount  carried  forward, 


ass,  etc 


$990  98 
723  06 
218  12 

$22  44 
6  20 


$985,389  08 

12  00 

56  50 

500  00 

111  00 

567  00 

50  37 

1,972  53 

513  79 

1,411  23 

1  00 

359  00 

90  36 

100  00 


13,925  21 
129  30 


117  22 

25  75 

34  28 

328  50 

2  60 


266  09 

149  62 

23  46 

50  00 

10  00 

200  00 

2  85 
336  84 

9  50 
1,320  00 
1,748  75 

3  88 
2,400  00 

5t  80 
8  43 
6  00 
21  00 
61  22 
28  48 
72  66 


1,932  16 


28  64 

59  25 

499  69 

$1,014,992  04 
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Amount  brought  forward, 
Stone,  Henry  N.,  diaphragm  pump,  etc. 
Stuart,  J.  L.,  shoeing 
Sturtevant,  W.  L.,  lumber,  etc. 
wharfage     . 


$771  18 
55  18 


Sullivan,  Barry,  award  of  Committee  on  Claims     . 
Sullivan,  Jerry  J.,  teaming      .         .         .         .$1,165  25 
earth 14  40 


Sullivan,  John,  teaming  .... 
Sullivan,  Simon,  grade  damages 
Sullivan,  William,  teaming 
Suter,  Hales  W.,  executor,  grade  damages 
Sweeney,  Dennis,  earth    .... 
Sweeney,  Jerry,  teaming 
Sweeney,  Lawrence,  teaming  . 
Sylvester,  Isaac  A.,  paving-blocks  . 
Tarpey,  Michael,  teaming 
Taylor  &  Tupper,  hay       .... 
grain,  etc.    . 

Teeling,  J.  A.,  setting  glass     . 
Telephone  Despatch  Co.,  rent  of  telephones 
building  line  to  Charlestown  . 

Thanisch,  Andrew,  repairs  on  wagon 

Thomas,  Chauncey,  &  Co.,  repairs  on  buggie; 

Thomas,  John,  shoeing    .... 

Thresher,  John,  paving-brick  . 

Tileston,  Charles,  Dorchester,  repairing  pump 

Tileston,  Charles,  West  Roxbury,  teaming 

Tileston,  Geo.  F.,  teaming 

Tinkham,  B.  C,  stone      .         .         . 

Tirrell,  Wm.,  teaming 

Tufts,  Nathan,  &  Son,  grain,  etc.     . 

Turnbull,  T.  E.,  repairs  on  carts 

Turner,  John,  &  Co.,  paving   . 

edgestone 

brick 

Turner,  John,  assignee  for  M.  Hughes  &  Co 

Tuttle,  A.  J.,  water. 

Twiss,  Richard,  teaming  . 

Union  for  Christian  Works,  gravel  . 

Vannevar,  Edmund  B.,  tamping-rods,  etc. 

Varney,  E.  C.  removing  night-soil   . 

Vernon,  James  J.  paving-blocks 

Vogel,  Louis,  teaming 

Waldo,  Bros.,  teaming 

lime  .... 

sand  .... 

cement       .         .         . 

Wall,  John,  teaming 

gravel  .... 


Amount  carried  forward, 


$262  37 
2,309  19 


$213  33 
38  00 


etc 


$6,376  27 

1,980  00 

6  20 

paving, 


$3  00 

6  72 

20  13 

1,125  68 

$1,242  25 
552  32 


$1,014,992  04 
32  85 
20  25 


826  36 
41  00 


1,179  65 

525  75 

275  00 

3  75 

2,350  00 

832  40 

441  00 

208  25 

32  50 

28  00 


2,571  56 
1  80 


251  33 

113  02 

240  60 

188  '29 

16,812  23 

13  05 
105  00 
487  00 
207  00 
278  25 
593  28 

14  13 


8,362  47 

2,641  41 

20  00 
294  00 

35  00 

21  50 
30  00 

4,645  48 

2  50 


1,155  53 


1,794  57 
$1,062,667  80 
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Amount  brought  forward, 
Walters,  Charles,  earth    ....... 

Walworth  Manufacturing  Co.,  repairs  on  engines,  etc.    . 

Ward,  Patrick,  teaming $1,573  25 

gravel 55  00 


Warren  Chemical  &  ManTg  Co.,  wharfage  on  beach 
gravel    ....... 

Washburn,  D.,  &  Sons,  faced  brick  . 

Wason,  Chas.  W.,  teaming 

Water  Department,  Cochituate,  water      .         .  $5,423  30 

Mystic,  water  .         .         33  50 


$1,062,667  80 
61  20 
47  32 


1,628  25 


Waters,  Ann,  grade  damages 
Waugh,  Daniel,  posts 
stone 


$35  75 
10  75 


Weights  and  Measures,  Dept.  of,  testing  scales,  etc. 
Welch,  John,  Brighton,  teaming 
Welch,  John,  South  Boston,  teaming 
Welch,  William,  teaming 
Weld,  John,  gravel  .....'.     $422  50 
earth 80  00 


Wellington,  A.  C,  Coal  Co.,  coal     . 
Wentworth,  Jacob,  Estate  of,  teaming 
Weschrop,  Charles,  teaming     . 
Weymouth  Iron  Co.,  nails,  etc. 
West  Roxbury  Land  Associates,  gravel 
Wheeler,  Asahel,  paints,  lead,  etc.  . 
Wheyland,  Michael,  teaming  . 
Whidden,  Thos.  J.,  &  Co.,  mason-work 
White,  Charles,  shoeing,  repairs  on  carts,  etc 
White,  Cyrus,  &  Co.,  repairs  on  stove,  etc. 
White,  F.  T.,  mounting  map    . 
White,  Thomas,  teaming 
Whittemore,  A.  F.,  gravel 
Whittemore,  C.  W.,  teaming   . 
Whittemore,  John  A.,  paving-stone 

earth 

teaming 

stone     . 

gravel  . 


Whiton,  M.  F.,  &  Co. 
Whittier  Machine  Co. 


cordage,  etc., 
repairs  on  engines,  etc 
new  engine  and  boiler, 
Roxbury ledge 


Wholley,  John  H.,  teaming      .... 

Wiley,  R.  R.,  teaming 

Wilkinson,  A.  J.,  &  Co.,  tapes,  hardware,  etc. 

Williams,  Chas.  H.,  gravel       .... 

stone         .... 

Williams,  Gilbert,  teaming       .... 
Williams,  Jos.  W.,  use  of  land 
Williams,  Joseph,  M.D.,  medical  services 

Amount  carried  forward, 


$43  74 
14  50 

299  25 
32  75 

784  65 


$693  05 
1,543  32 


$455  02 
1  60 


22  80 
170  04 

784  00 


5,456  80 
3,000  00 


46  50 

1  18 

323  75 

76  90 

40  25 


502  50 

1,440  45 

547  75 

4  50 

469  45 

66  40 

144  43 

413  75 

141  59 

86  07 

99  37 

2  50 

197  25 

6  60 

18  00 


1,174  89 

27  87 


2,236  37 
25  25 

378  75 
8  85 


456  62 
15  00 
46  81 

2  00 


$1,082,839  81 
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etc. 


Amount  brought  forward, 
Williams,  Page,  &  Co.,  lanterns  and  repairs  on  lanterns 
Wilson,  John  B.,  building  engine-house  and  platform 

Roxbury  ledge       ..... 
Wilson  &  Hall,  repairs  on  pump,  tools,  etc. 
Wilton,  A.  B.,  medical  attendance  on  horses 
Winde,  Henry  J.,  oak  butts,  repairs  on  carts, 
Wise,  John,  grade  damages     . 
Wood,  Bailey,  &  Wood,  hubs  . 
Wood,  L.  H.,  &  Co.,  Daily  Advertiser,  1  year 
Woodbury  &  Leighton,  earth 
Woolley,  Charles,  &  Co.,  dredging 
Worthington,  Roland,  &  Co.,  advertising 
Yale,  R.  M.,  &  Co.,  awning  for  crusher  . 
Yetter,  A.  B.,  &  Co.,  watering  by  contract 
Young,  Thomas,  building  fence 


$1,082,839  81 

279 

37 

982 

00 

12 

79 

12 

00 

86 

14 

1,250 

00 

4 

25 

12 

00 

10 

40 

1,125 

00 

105 

88 

7 

00 

1,809 

50 

15 

00 

$1,088,551  14 


NEW  EDGESTONE. 

The   following   tables    show   the  number  of  feet  of  new 
edgestone  furnished  and  set  during  the  past  year  :  — 


City  Proper. 

Albany  street 

Broadway  extension 

Columbus  avenue 

Dartmouth  street 

Hereford  street 

Lime  street     . 

Salutation  street 

Truro  street    . 

West  Chester  park 

Sundry  streets,  in  small  quantities 


191 

787 
594 
117 
190 
97 
434 
451 
278 
259 


3,398 


KOXBURY. 


Alaska  street  . 
Blue  Hill  avenue 
Crawford  street 
Cabot  street    . 
Cobden  street . 
George  street . 


Amount  carried  forward ', 


200 
203 
268 
333 
941 
814 

2,759 
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Amount  brought  forward ', 
Gaston  street . 
Howland  street 
Juniper  street 
Lambert  avenue 
May  wood  street 
Perrin  street  . 
Eegent  street . 
Savin  street     . 
Seaver  street  . 
Transit  street . 
Thornton  street 
Tremont  street 
Sundry  streets,  in  small  quantities 


2,759 
442 
695 

1,215 
439 
213 
119 
154 
910 

1,782 
202 

1,175 
160 
665 


10,930 


South  Boston. 

C  street  . 

East  Third  street 

East  Ninth  street 

Knowlton  street 

N  street. 

O  Street 

West  Seventh  street 

Sundry  streets,  in  small  quantities 


308 
523 
719 
476 
145 
248 
789 
982 


4,190 


East  Boston, 


Border  street  . 
Eagle  street  . 
Lexington  street 


,112 

725 
282 


2,119 


Dorchester 

Bellevue  street 

Bird  and  Ceylon  streets,  junction 

Bird  and  Glendale  streets,  junction 

Draper  street  .... 

Glendale  street 

Hancock  street 


317 
174 

418 
247 
167 

227 


Amount  carried  forward, 


1,550 
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Amount  brought  forward, 
Merrill  street .... 
Monadnock  street    . 
Melville  avenue 
Richmond  street 
Sundry  streets,  in  small  quantities 


1,550 
1,316 
2,840 

244 
2,068 

217 

8,235 


West  Roxbury, 

Forest  Hills  street 

Glen  road 

Green  street    . 

Rockvievv  street 

Sedgwick  street 

Spring-park  street 

Washington  street 

Sundry  streets,  in  small  quantities 


348 
1.16 
270 
142 
763 
3,167 
242 
406 

5,454 


Brighton. 


Ashford  street 
Linden  street  . 
Parsons  street 
Sparhawk  street 


•        • 


•        • 


269 

150 

5,006 

118 

5,543 


Dunstable  street 
Mason  street  . 
Rutherford  avenue 


Charlestown. 


823 
178 
594 


1,595 


City  Proper    . 
Roxbury 
South  Boston  . 
East  Boston    . 


Recapitulation. 


3,398 

10,930 

4,190 

2,119 


Amount  carried  forward, 


20,637 
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Amount  brought  forward, 
Dorchester 
West  Roxbury 
Brighton 
Charlestown    . 


Equal  to  7y8o5o  miles. 


20,637 
8,235 
5,454 
5,543 
1,595 

41,464 


NEW  SIDEWALKS. 

The  following  tables  show  the  number  of  square  yards  of 
new  brick  sidewalks  paved  during  the  past  year :  — 


City  Proper. 

Atlantic  avenue 

Albany  street 

Broadway  extension 

Commonwealth  avenue 

Durham  street 

Emerald  street 

East  Dedham  street 

Gloucester  street     . 

Newbury  street 

Salutation  street 

St.  Botolph  street  . 

Wellington  street    . 

Westland  avenue     . 

Sundry  streets,  in  small  quantities 


126 
778 
793 
222 
196 
118 
455 
225 
528 
112 
175 
107 
615 
1,455 


5,905 

Roxbury. 

Blue  Hill  avenue     . 

856 

Cabot  street    . 

950 

Dudley  street 

155 

Howland  street 

496 

Juniper  street 

167 

Lambert  avenue 

207 

Perrin  street  . 

436 

Parker  street  . 

184 

Prescott  street 

194 

Seaver  street . 

656 

Amount  carried  forward, 


4,301 
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Amount  brought  fomvard, 
Stafford  street 
Savin  street     . 
Thornton  street 
Transit  street . 
Westminster  avenue 
West  Cottage  street 
Sundry  streets,  in  small  quantities 


,301 
109 
653 
117 
117 
200 
149 
,570 


7,216 

South  Boston. 

Boston  street  ...... 

114 

Congress  street 

142 

C  street 

255 

Dorchester  avenue  . 

1,507 

East  Third  street    . 

340 

East  Fifth  street     . 

146 

East  Sixth  street    . 

169 

East  Seventh  street 

162 

East  Ninth  street     . 

428 

Knowlton  street 

229 

0  street 

218 

Telegraph  street 

231 

West  Seventh  street 

129 

Sundry  streets,  in  small  quantities    . 

914 

4,984 

East  Boston. 

Border  street           • 

847 

Cottage  street          ...... 

184 

Lexington  street      ..... 

293 

Meridian  street        ...... 

160 

Sundry  streets,  in  small  quantities    . 

174 

1,658 

Dorchester. 

Sundry  streets,  in  small 

quantities  . 

179 

West  Roxbury. 


Amory  street 
Boylston  street 


275 
112 


Amount  carried  forward , 


387 
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Amount  brought  forward, 
Forest  Hills  street  . 
Green  and  Rockview  streets    . 
School  street 
Sundry  streets,  in  small  quantities 


387 
217 
136 
870 
224 

1,834 


Brighton. 
Sundry  streets,  in  small  quantities  . 

Charlestown. 

Dunstable  street  .... 
Monument  street  .... 
Sundry  streets,  in  small  quantities  . 


117 


303 
422 
162 

887 


Recapitulation. 


City  proper 
Roxbury 
South  Boston 
East  Boston 
Dorchester 
West  Roxbury 
Brighton 
Charlestown 


5,905 

7,510 

4,984 

1,658 

179 

1,834 

117 

887 


23,074 
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Streets  laid  out  or  extended  by  the  Board  of  Street  Commissioners 

during  the  year  1882. 


Date. 

Street. 

Location. 

Length 
in  feet. 

Dec. 

8 

Alveston  street    .   .   . 

Seaverns  avenue  to  Greenongh  avenue     .... 

880 

Oct. 

24 

Beach  Glen  street  .    . 

1,198 

Aug. 

14 

Bigelow  street .   .   .   . 

220 

May 

31 

Boutwell  street   .  .   . 

921 

Sept. 
Mar. 

23 
27 

Bowen  street    .... 
Buttonwood  street .   . 

501 

600 

Dec. 

23 

Chapman  place    .   .   . 

56 

June 

26 

Cheney  street  .... 

136 

May 

19 

Clayton  street .... 

1,140 

Nov. 

25 

Corinth  street  .... 

552 

Mar. 

29 

D  street  

719 

Nov. 

4 

Ditson  street     .... 

605 

June 

26 

Elm  Hill  avenue  .   .   . 

2,519 

Oct. 

21 

Euclid  street    .... 

Washington  street  to  "Withington  street .... 

409 

June 

9 

Falmouth  street  .   .  . 

471 

Dec. 

27 

Follen  street     .... 

266 

Dec. 

27 

Garrison  street    .   .   . 

Huntington  avenne  across  St.  Botolph  street .   . 

338 

June 

26 

Georgia  street .... 

137 

Dec. 

8 

Gerard  street    .... 

1,655 

Oct. 

7 

Gilbert  street  .... 

532 

July 

3 

Glenarm  street    .   .   . 

366 

Sept. 

23 

Gold  street 

503 

Mar. 

27 

Grafton  street  .... 

Buttonwood  street  to  Dorchester  avenue  .   .   . 

240 

Sept. 

11 

Gurney  street  .... 

484 

Dec. 

27 

Harcourt  street    .   .   . 

St.  Botolph  street  to  B.  &  P.  R.R 

266 

Apr. 

27 

Hillside  street .... 

3,035 

May 
June 

19 
26 

Howland  street    .   .   . 
Huckins  street     .   .   . 

358 

413 

Nov. 

4 

Hulbert  street .... 

402 

Dec. 

30 

29 

Humboldt  avenue   .   . 
Huntington  avenue    . 

3,368 
3,733 

Dec. 

July 
Dec. 

3 

22 

Jamaica  street  .... 
Kittredge  street   .   .  . 

1,590 
1,658 

Mar. 

13 

Lansing  street  .... 
Am't  carried  forward 

304 

30,575 

Report  of  Sup't  of  Streets. 
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Streets  laid  out  or  extended  by  the  Board  of  Street  Commissioners 
during  the  year  1S82.  —  Continued. 


Date. 

Streets. 

Location. 

Length 
in  feet. 

Am't  bro'ghtforicard 
Mansfield  street     .   . 

30  575 

Apr.     17 

Cambridge  street  to  Hill  avenue    .   . 

1,034 

Dec.      28 

Marlborough  street . 

West  Chester  park  to  Back  Bay  Park    .... 

622 

Nov.     25 

Mayfield  6treet  .   .   . 
Oregon  street     .   .   . 
Oriole  street    .... 
Paul  Grore  street   .    . 
Pope's-Hill  street  .   . 

Pleasan 
Conant 
Park  st 
Centre  f 
Xepons 

682 

Sept.     23 

213 

Aug.     28 

853 

Sept.     14 

1,525 

Dec.       8 

et  avenue  to  O.C.R.R.    .   .   . 



780 

March  27 

Rand  street     .... 

From  B 
Regent 

338 

Xov.      4 

362 

Sept.    26 

Rosseter  street  .   .   . 
Seaver  street  .... 

Eldon  s 
Blue  Hi 

570 

Dec.     27 

11  avenue  to  Columbia  street 

736 

Sept.     19 

Shelton  street     .   .   . 
Sherman  street  .   .   . 
Smyrna  street    .   .   . 

From  A 
Dale  str 
Brookii 

866 

Oct.       10 

401 

May      17 

ae  avenue  to  Binney  street    . 

341 

Dec.     27 

St.  Botolph     .... 

West  Newton  street  to  Harcourt  street  .... 

782 

Oct.      21 

Truro  street    .... 

Yarmouth  street  to  Harwich  street . 

319 

Oct.      24  1 

Tremor 
Washin 

716 

March  29 

Woodbury  street  .   . 

gton  street  to  Shawmut  avenue     .   .    . 

428 

Aug.    31 

Wyoming  street    .   . 

From"? 

817 

| 

Total 

42,960 

Table  showing  numl 

)er  of  miles  in  length  of  streets  1 

aid  out 

by  the  Board  of  Strec 

;t  Commissioners :  — 

In  1871   . 

. 

^T0  o  r 

niles. 

1872   . 

. 

. 

9  20 
^100 

i  i 

1873   . 

• 

. 

J.  66 
^10  0 

i  i 

1874  . 

• 

. 

A    6  8 
^10  0 

1 1 

1875   . 

. 

. 

8  -9-2- 

°1  00 

a 

1876  . 

. 

. 

^  52 
J10T7 

i  i 

1877  . 

. 

. 

7  3  7 
1  1  00 

i  i 

1878  . 

. 

. 

A    80 
^10  0 

a 

1879  . 

• 

. 

5_3_5_ 
^100 

i  i 

1880  . 

• 

•                            •                            « 

A    51 

*100 

c< 

1881   . 

. 

. 

A    8  0 

*100 

a 

It 

;82  . 

• 

•                             •                             • 

8  !-4- 
°100 

i  ( 

Total  in  twelve  years 


06t6q"q  miles. 
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Streets  widened  or  relocated  by  the  Board  of  Street  Commissioners 

during  the  year  1882. 


Date. 

Oct. 

10 

Feb. 

13 

Nov. 

15 

June 

9 

March  29 

Feb. 

27 

April 

17 

April 

17 

Aug. 

14 

April 

17 

Dec. 

27 

July 

7 

Dec. 

28 

«< 

27 

Oct. 

21 

Sept. 

19 

April 

29 

1 1 

17 

it 

7 

Aug. 

25 

Sept. 

5 

Street. 


Baker  street  .  .  . 
Bedford  street  .  . 
Bird  street  .... 
Border  street .  .  . 
Burroughs  street . 
Centre  street  .  .  . 
Chauncy  street .  . 
Essex  street  .  .  . 
Faneuil  street  .  .* 
Federal  street  .  . 
Harvard  street  .  . 
Kneeland  street  . 
Madison  street  .  . 
May  street  .... 
Merrill  street .  .  . 
Oakman  street  .  . 
Parsons  street  .  . 
Portland  street  .  . 
South  street  .  .  . 
Walnut  ave.  .  .  . 
Washington  street 


Total 


Location. 


Oposite  Columbia  street 

Corner  Cedar  place  

South-easterly  corner  Condor  street 

Corner  Centre  street 

Corner  Seaverns  avenue 

Corner  Essex  street 

Corner  Chauncy  street 

At  Bigelow  street 

Next  south  of  the  bridge 

Blue  Hill  avenue  to  Wales  street    . 
Albany  street  to  Federal  street  .   . 

At  Washington  street 

Centre  street  to  Pond  street  .... 


Corner  Walnut  street 

Washington  street  to  Faneuil  street 
Causeway  street  to  Hanover  street 
East  street  to  Kneeland  street  .   .  . 

At  Elmore  street 

Oposite  Lake  street 


Sq.  feet 
discon- 
tinuance. 


2,538 


330 


398 


3,266 


Sq.  feet 
taking. 


44,061 

128 

127 

462 

76 

189 

485 

312 

121 

1,990 

14,103 

11,508 

162 

17,685 

887 

160 

42,462 

17,311 

11,438 

114 

1,613 


165,394 


Total  square  feet  of  takings 165,394 

"  "         "     "   discontinuances 3,266 
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Property  in  Charge  of  the  Superintendent  of 

Streets. 

Albany-street  Paving  Wharf,  containing  54,450  square 
feet,  inclusive  of  area  covered  by  building.  The  building 
contains  a  blacksmith's  shop,  carpenter's  shop,  tool-rooms, 
and  shed  for  breaking  stone  and  storage  of  materials. 

Charles-street  Paring  Wharf,  corner  Charles  and  Cam- 
bridge streets,  containing  34,214  square  feet.  Upon  this 
wharf  are  two  buildings,  one  divided  into  blacksmith's  shop, 
carpenter's  shop,  tool-room,  office,  and  tenement  upstairs  for 
wharfinger;  the  other,  a  stable  and  shed. 

Port-Hill  Wharf  placed  in  charge  of  the  Paving  Depart- 
ment, May  18,  1874,  to  be  used  for  the  landing  and  storage 
of  paving-blocks  and  gravel,  until  such  time  as  said  wharf 
shall  be  wanted  for  the  extension  of  Oliver  street. 

Pot  on  Chelsea,  Marion,  and  Paris  streets,  East  Boston, 
containing  51,550  square  feet. 

Pedge  Pot,  on  Washington  street,  corner  of  Codman  ave- 
nue, containing  134,671  square  feet.  Upon  this  lot  is  an 
engine-house  and  sheds. 

Highland -street  Stable  Lot.  Upon  this  lot  is  a  large  brick 
stable,  erected  in  1873-74,  and  occupied  by  the  Health  and 
Paving  Departments.  Also,  a  brick  building  used  as  a 
blacksmith's  shop,  and  a  shed  for  the  storage  of  tools,  etc. 

Pedge  Pot,  on  Myrtle  street  and  Bird  place,  containing 
81,068  square  feet.  Upon  this  lot  is  a  blacksmith's  shop 
and  large  shed.  This  lot  was  purchased  by  the  town  of  Dor- 
chester, of  Stephen  Baker,  in  1867. 

Pedge  Lot,  on  Codman  street,  containing  290,000  square 
feet,  purchased  by  the  Paving  Department,  of  Hutchinson 
Brothers,  in  1870.  Upon  this  lot  is  a  large  shed  containing 
a  steam-engine  and  stone-crusher. 

Upon  the  almshouse  lot  on  Hancock  street,  Dorchester, 
there  is  one  large  stable,  one  small  stable,  two  sheds,  and  a 
tool-house,  occupied  by  the  Paving  Department. 

Downer-avenue  Lot,  containing  35,300  square  feet,  pur- 
chased by  the  Paving  Department,  in  1871,  of  Nathan  and 
Henry  N.  Sawyer,  for  the  protection  of  the  almshouse  lot. 

Gravel  Lot,  corner  of  Forest  Hill  avenue  and  Norfolk 
street,  containing  47,798  square  feet,  purchased  by  the  town 
of  Dorchester,  of  Benjamin  Clapp,  in  1860. 

Gravel  Lot  on  Commercial  street,  Ward  24,  containing 
51,374  square  feet,  purchased  by  town  of  Dorchester. 

Gravel  Lot  on  Commercial  street,  Ward  24,  containing 
56,317  square  feet,  purchased  by  town  of  Dorchester. 
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Gravel  Lot  in  town  of  Milton,  on  Brush  Hill  road,  contain- 
ing 64,523  square  feet,  purchased  by  town  of  Dorchester. 

Lot  on  Child  street,  Ward  23,  containing  14,457  square 
feet,  set  apart  for  the  Paying  Department  in  1875,  upon 
which  has  been  erected  a  stable,  with  sheds,  at  a  cost  of 
$4,995.08. 

Gravel  Lot  on  Morton  street,  Ward  23,  containing  about 
one-third  of  an  acre,  purchased  by  town  of  West  Roxbury 
of  Michael  Cook,  in  1870. 

Gravel  Lot  on  Moreland  street,  Ward  23,  containing 
34,329  square  feet,  purchased  by  town  of  West  Roxbury,  in 
1873,  of  the  "  West  Roxbury  Associates." 

Ledge  Lot  on  Cambridge  street,  Ward  25,  containing 
about  103,224  square  feet,  purchased  by  town  of  Brighton. 
Upon  this  lot  is  a  shed  containing  a  steam-engine  and  a 
stone-crusher. 

Ledge  and  Gravel  Lot,  rear  of  Union  street,  Ward  25, 
containing  about  37,000  square  feet,  purchased  by  town  of 
Brighton. 

Gravel  and  stones  on  lot  on  Market  street,  Ward  2  5, 
purchased  by  town  of  Brighton  of  George  Sparhawk. 

On  Rockland  street,  Ward  25,  adjacent  to  engine-house, 
a  brick  building  containing  a  shed  and  tool-house. 

Ledge  Lot  on  Chestnut-Hill  avenue,  Brighton,  containing 
about  13  acres. 

On  Medford  street,  Charlestown,  a  lot  of  land  containing 
8,040  square  feet,  upon  which  is  a  stable,  tool-house,  sheds, 
etc. 

Gravel  Lots  in  town  of  Everett,  three  lots  on  Summer 
street,  each  containing  6,900  square  feet,  purchased  by  City 
of  Charlestown. 
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81 

36 

47 

30 

51 

60 

93 

54 
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311 

141 

126 

104 

156 

150 
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71 

97 

1,406 

506 
358 

61 
110 

50 
62 

56 

52 

69 
65 

41 

742 

4 

4 

40 

736 

1,101 
403 

100 
56 

117 
144 

53 
30 

75 
45 

15 

60 

1,461 
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50 

289 
1 

60 

24 

12 

30 
1 
1 

57 
1 

40 
1 

29 

12 
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2 
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.  .  . 
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Sets  Blocks  and  Ropes  .  .  . 
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1 

40 

15 

193 
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33 
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1 

40 

5 

20 
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18 

24 

11 

2 

8 
2 

47 

24 
3 

12 
2 

4 

22 

12 

51 

4 

2 

14 
6 

36 
1 

8 

2 

17 
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79 
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29 

3 

2 
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6 

6 
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2 

3 

35 

9 

16 

3 

1 

.  .  . 
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1 
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5 
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2 
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1 

8 

13 
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10 
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730 
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8 

74 
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30 
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2 
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Stone-Crushers  and  Engines  . 

1 

1 

1 

1 
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26 
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Sleds 
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2 

3 
1 
5 
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15 

.   .   . 

1 

31 

9 
4 
5 

55 

33 

Buggy  and  Wagon  Harnesses 

12 

1 

8 

20 
1 

84 

172 
2 

Sets  of  Tools  for  Stone-cutters 
"               Carpenters    . 

9 
3 
3 

10 

3 
1 
2 
3 

2 

1 

1 

1 

1 

2 
i 

21 
9 

"               Pavers    .   .    . 

1 

4 

2 

26 

CHARLES    HARRIS, 

Superintendent  of  Streets. 
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